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RADIOGRAM 


Washington, D. C. 

July 15, 1936. 4:52 P.M. 


Construction Engineer Owens 
United States >»*int 
Denver, Colorado. 

Yours 14th. Denver Mint drawings prepareo and specifications 

COMPETITIVE 

BEING WRITTEN TO ObTAIN/^BIDS FOR BIN DOORS IN FIRST FLOOR VAULT. SHOULD 
BE FINISHED WITHIN A FEW DAYS. 


Received 
July 16, 1936. 
8:50 A.M. 


G. R. Roberts, Superintendent 
Projects Manager 


August 12, 1936* 


Ur* Oscar hinrichs, 

Acting Superintendent, 

United States Hint, 

Denver, Colo* 

Dear Sir*- 

In reference to letter PB-SA-MS - Procurement Division - 
regarding Electric Precipitator for this institution* 

I went over this drawing showing location of ducts to 
precipitator and find that these duets run through Rock Assay 
Furnace and Weigh Room, aleo Electrical, Lead Burner and Plumbing 
Shop* and another duct through Rag Burning Furnace Room, but on 
account of the low ceilings to run ducts through them would sake 
them useless for shop eork. Therefore I would reeoroend that 
these ducts be run as shown narked in red pencils on West and 
South wall as show** There is ample room fee* these ducts, and 
by using two additional fans this space can be used* 

Respectfully, 


U* H. /HIIE, 

SUP. IRIN'f INDENT OF MACHINERY, 


August ir, 


Stiperylting Engineer 
Fwfiarwwmt 1 ivision 
f^Vlio Built-ingt Branch 
Trt< muqr £*pcrtjB*at 
Wearing tea* £* C* 

Ite*r Si/t 

With reference to your letter of Au*utt I carlotln^ 
priat of drawing# showing location of electric precipitator 
to be instilled la this building* *iih the request tout s&tac 
W returned at soon »» possible with conaents^ I a* now 
returning Mid priat to you with recognition that duett Jot 
Mid precipitator bo rua at shown la rod pencil oa Mid print* 
In thii connection X an endowing a letter from &r» 

B* H* white, Superintend nnt of Machinery at thla building, 
which It telf-explanetory* 

ftespeetfuliy* 

Mark A* Skinner* Supertntadent* 

By 

Acting Super intendsat » 


Foot- 


Enclosure #36550 

♦ 



PROCUREMENT DIVISION 
PUBLIC BUILDINGS BRANCH 


N REPLYING QUOTE THE ABOVE SUB 
ECT, BUILDING, AND THESE LETTERS 


PB- SA-ME 


DENVER, COLO., 


MINT 



TREASURY DEPARTMENT 

WASHINGTON 

August 1, 1936* 


The Superintendent, 
United States Mint, 
Denver, Colorado. 


RECEIVED 


O 


AUG 

CHlEP CL£**v 

it. S, ttm M KHVCf 


Sir: 


There is enclosed print of drawing showing location 
of electric precipitator to he Installed in the Mint, 
Denver, Colorado. Please return same as soon as possible 
with your comments. 

By direction of the Supervising Engineer to whom 
your reply should be addressed. 

Very truly yours, 

Superintendent, 

Mechanical Engineering Section. 



S. C. Form No, 7 


Bferrttirii at 


digital (Qovps, Httifrii -States Army 

radio ovation w t s 

FT. LOGAN, COLO. 



19WVB AX 22TRSY 1 EXTRA NIGHT 


19 


CONSN ENGR OWENS 


WASHINGTON DC 247PM JUL 22 1936 


U S MINT DENVER COLO.. 

FORWARD IMMEDIATELY PR, NT SHOP DRAWINGS VENTILATING SYSTEM SUBMITTED 

WITH CONTRACTORS PROPOSAL APR.L EIGHTEENTH KV S FORWARDED BY YOU 
APRIL TWENTY SECOND. 


214PM. 


G R ROBERTS. 





radiogram 


Washington, D. G. 

May 14, 1936 - 3:58 P.M. 


Construction Engineer Owens, 

% United States *int 
Denver, Colorado 

Yours April 22nd and May 6th, Denver Mint. Recipitator approved but 
location not determined. Cannot prepare drawings showing arrangement duct 
accommodating future Cottrell machine and have working by June first. Install 
work as shown contractors shop drawing submitted with yours April 22nd. Pro¬ 
posal $130.52 for changes passed on shop drawing accepted 13th. 

Neal A. Mellick 


Received 
May 15, 1936 
9:15 A.M. 


radiogram 


WASHINGTON, D. C. 

Juj>y 22 , 1936 - 7 PM 

Construction Engineer Owens A __ 

% United States Mint { f*i 

Denver, Colorado 

CObA Ob a ECK DBVMH OM 

RoF',. RD 1 MM_D I mTEL Y PRINT SHOP DRAWINGS VENTILATING SYSTEM J'T* "2^' 
SUbMITTED WITH CONTRACTOR'S PROPOSAL APRIL 18 WHICH WAS FORWARDED BY 


you April 22 . 


tu ' !H *l bS‘JSJ 


f 

6. R. Roberts. 


Received 
July 72, 1936 
2; 15 P.M. 


(LOB GEWEMvr VCCOnMJLIMG GtLICE) 

^ttagiltu. 0( fJ)G fjuiftp im 


15-51 


treasurer of tfje ®niteb States! 

(FOR GENERAL ACCOUNTING OFFICE) 


N? 

COPY OF CHECK DRAWN ON 

treasurer of tfje Unttefo States! 

(FOR GENERAL ACCOUNTING OFFICE) 


Symbol 95*121 

1132387 

15-51 


WASHINGTON 0. C, 6:14 P,M. 7/23/36 
SUPERINTENDENT, DENVER, 

f I f | 

I 

YOUR LETTER JULY 18, RELATIVE GUARD CONTROL SYSTEM REFERRED TO PROCUREMENT 
QIVISfON & BUREAU, TONIGHT MAILING REPORTS j» STOP, RETEL JULY 20, RELATIVE 
COMPARTMENT DOORS IN W & R MORNING VAULT, PROCUREMENT DIVI8I0N STATES THAT 
THE MATTER HAS BEEN TAKEN UP MITH THE SUPERVISING ENGINEER AND THE RECOMUENDATI ON 
HADE THAT 8PACE6 IN THE WIRE MESH BE REDUCED TO 5/8 OF AN INCH, STOP, RELETTER 

July 17, relative installation grills in refinery windows, procurement division 

REP0RT8 STEEL GRILLS WERE INSTALLED IN REFINERY WINDOWS NEW YORK AgSAY OFFICE 
WITHIN LAST FEW M0NTH8 AND ACID ATMOSPHERE HAS ALREADY PRACTICALLY DESTROYED 
BOTH FRAMES AND HINGES, STOP, PROCUREMENT DIVISION NOV ENDEAVORING TO FIND A 
METAL OR PAINT THAT WILL WITHSTAND PERMANTLY ACID ATMOSPHERE IN REFINERY IN ORDER 
TO REDUCE DAMAGE TO EQUIP MENT IN THOSE DEPARTMENTS* STOP, UP TO PRESENT TIME 
PROCUREMENT DIVISION UNABLE TO SOLVE THIS PROBLEM, HOWEVER AS SOON AS THEY ARE 
IN POSITION TO MAKE RECOMMENDATION IN CONNECTION WITH GRILLS FOR REFINERY 
THEY WILL SUBMIT DESIGNS FOR THIS WORK; 


M, II, 0»REILLY, 

ACTING DIRECTOR OF THE BINT, 


COPY OF CHECK DRAWN ON 

treasurer of tfje Umteb g>tate£ ihi 

(FOR FILE OF DISBURSING OFFICER) 


I 


I 


Symbol 95-144 


N? 1339897 

* * 

COPY OF CHECK DRAWN ON 


treasurer of tfjc fHntteb States 1551 


(FOR FILE OF DISBURSING OFFICER) 



(J)M rLAMi 



Y?unhin<*ton, July 17, 1936, 3l06 P,M. 


Engineer 0<vens 
U, S. Mint 

reaver, Colorado, 


Yours June 4 and July 14 and office telegram July 15 a^l reference 

compartment doors vault on Denver Mint drawings and specifications 

being seat you air scvil to obtain competitive bid© in usual manner 
invite 

and justify present contractors and other firms performing this kind 
of work to bid. 


G, Roberts, 


Received 

Denver Mint 8 A,M, 

J,K.L. 



RADIOGRAM 

Washington, D. C. 

Duly 17, 1936 - 2:53 P.M. 

Superintendent 
United d tates Mint 
Denver, Colorado 

Replying your wire of today. Procurement Division advises 

THAT PLANS AND SPECIFICATIONS FOR COMPARTMENTS WILL BE INVITED LOCALLY. 

Construction Engineer in Denver instructed by Procurement Division today. 
Please confer with him. 

M. M. O'Reilly. • 


Received 
Ju-Y 17, 1936 
4:10 P.M. 


15-51 


treasurer of tfje fHmtetr States? 

(FOR FILE OF DISBURSING OFFICER) 


Symbol 95-121 


N? 1132427 

COPY OF CHECK DRAWN ON 

treasurer of tfje fUmteb States 

(FOR FILE OF DISBURSING OFFICER) 


15-51 


S. C. Form No. 7 


Signal dorps, Hnitrh Stairs Army 


Srmnrii at v 1 3 

FT. LOGAU, COLO. 


c3—9501 o. s. oomoorgyr mn nvto omens: iw 


21 VVV 3 FH 52 TRSY 


19 


WASHINGTON DC 253 P JULY 17 1936 


SUrT US MINT DENVER COLO 

REPLYING TO YOUR V s ' IRE OF TODAY PROCUREMENT DIVN ADVISES 
THAT PLANS AND SPECIFICATIONS FOR COMPARTMENTS WILL BE INVITED 
LOCALLY CONSTRUCTION ENGR IN DENVER INSTRUCTED BY PROCUREMENT 
DIVN TODAY PLEASE CONFER WITH HIM 

M M OREILY 

244 P 



PHONED 404 P JULY I 7 TO H/ BY FH/ 






S. C. Form No. 7 


Signal (Earpa, UniteJi #tafra Armg 

* v RADIO -STATION WT S 

firrrttirb at fj. logan, colo. • 

-- -o. b . ooTWDoirwT ranrriNo omen: i»w 


47. VB AX 21TRSY 


19 


WASHINGTON DC 605PM JUL IS 1935 

SUPT U S MINT 


DENVER COLO 


YOUR iELEGRAM RELATIVE ELEVATOR AND VAULT COMPARTMENT TAKEN UP PROCUREMENT 
DIVISION STOP STEPS BEING TAKEN TO EXREDITE LETTING OF THESE 

CONTRACTS . 


551 PM 


OR I ELLY. 










O'B/eh 

STANDARD FORM No. 14A 
APPROVED BY THE PRESIDENT 
March 10,1926 




TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 


Superintendent, US Mint, Denver, Colo. 


Vie Government Facilities 

Treasury Department 

WASHINGTON 

July 16, 1936. 

Charge Treasury Department, Appropriation for 

Salaries and Expenses, Mints and 
Assay Offices, 1937. 

(The appropriation from which payable must be stated on above line) 

Xi, 8. OOVEBXMENT miNTINO OVTtCT 2 14117 


Your telegram relative elevator and vault compartment taken up Procurement Division STOP 
Steps being taken to expedite letting of these contracts. 


O’Reilly, Acting Director Mint. 

r-‘-CXivEU 



& 


■r 


L v 

S. * ! * 7 


<,L* M'- 











S. C. Form No, 7 


Smttieb at 


Signal (Enrpa, Itttfrfc States Arrng 

STATION W T 3 

LOGAN, COLqV 

‘ c3—9501 


r fmuTCw wyii i: im 


25WVB AX 40TRSY 1 EXTRA PRTY 

WASHINGTON DC 518PM JUL 22 1936 

ENUR OWENS 

U S MINT DENVER COLO.. 


MR SKINNER WIRED DIRECTOR OF MINT TWENTIETH PLANS BND 
SPtCI FI CATIONS VAULT COMPARTMENT DOORS DENVER MINT DO NOT GIVE WHAT 
is DESIRED STOP CONSIDERATION BEING GIVEN REDESIGN OF DOORS SUGGESTED 
BY HIM STOP DEFER ADVERTISING FOR BIDS UNTIL FURTHER NOTICE 

MELICK. 

428PM 









RADIOGRAM 


WmShington, D. C. 

July 24, 1936 - 12:46 P.M. 


Construction Engineer Owens 
United States Mint 
u enver, Colorado 


l : . _ . r vc c ivULivie ol«.!cs» 





3 




U EFER PREVIOUS CORRESPONDENCE AND PLANS AND SPECIFICATIONS VAULT 


doors Denver mint. 


Change mesh to 5/8” and wire to No. 


10 AS REQUESTED 


by Superintendent Skinner and obtain competitive bids and forward by 


AIR-MAIL. 


*.*J ajk-jsi 


Mellick. 


Received 
July 24, 1936 
11:60 A.M. 


<EOB eEHEHVr VCCOmiXlMG Ofc.fc.CE> 

Ct 0| fpt $|Ul{Ep 12>{$TO 1931 






15-51 


treasurer of tfje SJmteb States! 

(FOR GENERAL ACCOUNTING OFFICE) 



COPY OF CHECK DRAWN ON 

treasurer of tfjc tHmteb States 


(FOR GENERAL ACCOUNTING OFFICE) 


Symbol 95-121 

1132357 

15-51 


S. C. Form No, 7 


Signal (Enrps, Intfrib States Arrng 

„ IU 6ixxwN WTS 

tSmtarh at ft. logan, coio. 

— - — _____ o3-—0&01 p. a. •oT Mum prr nmmw errtam: mi 

9WVB AX 37TRSY 19 

WASHINGTON DC 1246PM JUL 24 1936 

ENGR OWENS 

U S MINT DENVER COLO.. 

REF PREVIOUS CORRESPONDENCE AND PLANS AND SPECIFICATIONS VAULT COMPARTMENT 
DOORS DENVER MINT CHANGE MESB TO FIVE EIGHTHS OF INCH AND 
WIRE TO NUMBER TEN AS REQUESTED BY SUPT SKINNER AND 
OBTAIN COMPETITIVE BIDS AND FORWARD BY AIR MAIL. 

MEL1CK. 

1126AM 







COHFIHMATIOH 


STANDARD FORM No. 14A 
approved by the President 
March 10.1926 


TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 


iiu 4trii*c«an 

Vint. 


Treasury Department 


WASHINGTON 


Charge Treasure Department, Appropriation Foa* 

SfeLusve* and l 

(The appropriation fr6m%fei( 



U. 8. GOVERNMENT PRINTINQ OtTICI 





2—14U7 V.;; 

°.V^ V ' 0 

o^rtl A ' 


u 




you? toensy-*: if sh 1m Vi4£sdr on :’zJ.i9C to 

*>&&<»* OitftoSv m* 1 Division aadniWwjrins to hh*m }»iat do 

90 39C& VIJlX wxrt Util again tod*yf Specifications **& gptXln 

ito 9 coz.i. ih&u. . < s<- k ;: in,-' oat tuifcflf to bidders 


JW4JES «,TW ROSS 
1 U-eotar .£ tJjfe f ' 1 a 






S. C. Form No. 7 


Signal (Eorpa, Hnitrii States Anttg 


Smittri at 


HAUIO STATION W T S 

FT. LOGAN, COLO. 


14WV8 B 41TRSY 


c3—9501 


U S MINT 


WASHN DC 124P AUG 26 1536 


19 


DENVER COLO 

RE p| _ Y| NG YOUR TELEGRAM TWENTY FIFTH LOW BIDDER ON VAULTS ffAILED 
]j Cl>JL 'QSE CHECK AND PROCUREMENT DIVISION ENDEAVORING TO HAVE HIM 
DO SO STOP ILL WIRE HIM AGAIN TODAY STOP SPECIFICATIONS 
ON ^ - I LLS NOW COMPILED AND ARE GOING OUT TODAY TO 
BIDDERS 


NELLIE ROSS 


125P 



Received 

AUG 28 1936 y 
' \ 

















RADIOGRAM 

Wash i ngton,' D. C. 

August 26, 1936 -ft: 24 PM 


United States Mint 
Denver, Colorado 

Replying your telegram 25th. Low bidder on vaults failed to 

ENCLOSE CHECK AND PROCUREMENT DIVISION ENDEAVORING TO HAVE HIM DO SO. 

Will wire him again today. Specifications on grilles now compiled and 

ARE GOING OUT TODAY TO BIDDERS. 


Ross. 


Received 
August 26, 1936 
1:45 P.M. 


June 21, 1955 


Custodian 

United States Customs Building 
Denver, Colorado 

Dear Sir: 

i AM HE.REWITH ENCLOSING A COPY OF AN ADVERTISEMENT WHICH WILL 
SHORTLY APPEAR IN A LOCAL NEWSPAPER INVITING PROPOSALS FOR THE EXTENSI 
AND ‘EMODELING OF THE STEEL VAULT ENTRANCES OF THE UNITED STATES *|NT 

at Denver. 

» OULD GREATLY APPRECIATE YOUR COURTESY IF YOU WOULD HAVE THIS 
NOTICE PLACED IN A CONSPICUOUS PLACE IN YOUR BUILDING. 

Respectfully, 


Marx A. Skinner, Superintendent 


June 21 , 1935 


Custodian 

Post Office Siloing 
Denver, Colorado 

Dear Sis: 

! AM HEREWITH ENCLOSING A COPY OP AN ADVERTISEMENT WHICH WILL 

SHORTLY APPEAR IN A LOCAL NEWSPAPER INVITING PROPOSALS TOR THE EXTENSION 

and REMODEL,NC OP THE STEEL VAULT ENTRANCES OP THE UNITED States Mint 
at Denver. 

I WOULD jfREATLY APPRECIATE YOUR COURTESY IP YOU WOULD HAVE THIS 
NOTICE PLACED IN A CONSPICUOUS PLACE IN YOUR BUILOING. 

Respectfully, 

Mark A. Skinner, Superintendent 


Enc. 


June 21, 1933 


Chamber of Commerce 
Denver, Colorado 

Gentlemen: 

I AM HEREWITH ENCLOSING A COPY Or AH ADVERT J SEIICNT WHICH WILL 
SHORTLY APPEAR 11J A LOCAL NEWSPAPER INVITING PPOPOSALS FOF THE EXTENSION 
AND RCMOOE^IttG OT THE STEEL VAULT ENTRANCES OF THE UNITED STATES MINT 

«P 

at Denver. 

I WOULD GREATLY APPRECIATE YOUR COURTESY IF YOU WOULD HAVE THIS 
NOTICE PLACED IN A CONSPICUOUS PLACE IN YOUR BUiLDING. 

Respectfully, 

Mark A. Skinner, Superintendent 


Enc. 


INCLOSURE 24418 


FROM 


TREASURY DEPARTMENT 


PROCUREMENX DIVISION 
PUBLIC WORKS BRANCH 
FORM 8T62 


(Recipient please destroy this tag.) 


7 f ( / 

— ^ M 1 


(Division and typewriter’s 
initials.) 


G P 0 


2—16433 










INCLOSURE 24416 


DENVER COLO. MINT 



PROCUREMENT DIVISION 
PUBLIC WORKS BRANCH 

IN RIFLYINC QUOTE THE ABOVE SUB Tyiir , 

«T. 8UILDINQ, AND THESE LETTERS * W- „ Qul 


TREASURY DEPARTMENT 

WASHINGTON 

June 17, 1935# 


The Custodian, 
U.S. Mint, 
Denver, Colo. 


Sir: 


Under separate cover there is forv/arded, for your 

INFORMATION AND THE FILES OF YOUR OFFICE, A SET OF DRAW¬ 
INGS anc specif cations for vault entrances In the 
United States Mint, Denver, Colo. 

For your Information there are Inclosed copies 
of the advertisement for bids. Please display the 
same conspicuously in a public place. 


no 

YOU V.'ILL NOTE FROM THE ADVERTISEMENT x DEPOSIT 

IS REQUIRED FOR EACH SET OF PLANS AND THAT THEY ARE 
ISSUED ONLY FROM THIS OfFICE. 

For YOUR FURTHER INFORMATION YOU ARE ADVISED THAT 
AUTHORITY TO PUBLISH THE ADVERTISEMENT HAS BEEN FORWARDED 

i otly to the PufiL i ' he i. oi a local newspaper. 




S T A N D A R D F 0 R M 


DENVER, COLO., U.S. MINT 
VAULT ENTRANCES (EXT’N & R.) 


NOTICE TO PRINTER 

This notice when used 

AS AN ADVERTISEMENT 
MUST OE SET SCUD. 

The not i ce is to be 
USED AS A PAY adver¬ 
tisement ONLY WHEN 
ACCOMPANIED BY WRIT¬ 
TEN AUTHORITY FROM 
THE D E P A R T M E N T . 

The law forbids pay¬ 
ment F OR ADVERTISE- 
MENT3 NOT PREVIOUSLY 
AUTHOR I /.ED. 


FOR NEWS ITEM ONLY: 


TREASURY DEPARTMENT , Procurement 
Division, Public Works Branch, 
Washington, D. C., June 17, 1935* 
Sealed proposals in duplicate will 

BE PUBLICLY OPENED IN THIS OFFICE 

at I p•m•, July 22 , 1935, for 
furnishing all labor and materials 

AND PERFORMING ALL WORK FOR THE 
EXTENSION AND REMODELING OF THE 
STEEL VAULT ENTRANCES 01* THE 

U.S* Mint at Denver, Colo. At¬ 
tention 13 DIRECTED TO THE 
SPECIAL conditions of bidding 
SET FORTH IN THE SPECIFICATION. 

Upon application, one set of 
drawings and specifications will 

BE SUPPLIED FREE TO EACH GENERAL 
CONTRACTOR INTERESTED IN SUBMITTING 
A PROPOSAL. The ABOVE DRAWINGS 
AND SPECIFICATIONS MUST UE RETURNED 
TO THIS OFFICE* CONTRACTORS RE¬ 
QUIRING ADDITIONAL SETS MAY OBTAIN 
THEM BY PURCHASE FROM THIS OFFICE 
AT A COST OF $7.00 PER SET, WHICH 
WILL NOT BE RETURNED. CHECKS 
OFFERED AS PAYMENT FOR DRAWINGS AND 
SPECIFICATIONS MUST £J E .1 A D E PAY¬ 
ABLE TO THE ORDER OF THE TREASURER 

of the u. S. Drawings and speci¬ 
fications WILL MOT BE FURNISHED TO 
CONTRACTORS WHO HAVE CONSISTENTLY 
FAILED TO SUBMIT PROPOSALS. ONE 
SET UPON REQUEST, AMD WHEN CONSIDERED 
IN THE INTERESTS OF THE GOVERNMENT, 

WILL BE FURNISHED BUILDERS* EXCHANGES, 
CHAMBERS OF COMMERCE OR OTHER 
ORGANIZATIONS WHO WILL GUARANTEE 
TO MAKE THEM AVAILABLE FOR ANY SUB¬ 
CONTRACTOR OR MATERIAL FIRM INTERESTED, 
AND TO QUANTITY SURVEYORS, BUT THIS 
PRIVILEGE WILL BE WITHDRAWN IF THE 
SETS ARE MOT RETURNED AFTER THEY 
HAVE ACCOMPLISHED THEIR PURPOSE. 

W. E. Reynolds, Assistant Director 
of Procurement, Public Works Branch. 


rls 


(Over ) 


Standard Form 


DENVER, COLO., U.S. MINT 
VAULT ENTRANCES (EXT*N & R.) 


NOTICE TO PR INTER 

This notice when used 
AS At! ADVERTISEMENT 
MUST BE SET SOLID. 

The notice is' to be 

USED AS A PAY ADVER¬ 
TISEMENT ONLY WHEN 
ACCOMPANI.ED BY WRIT¬ 
TEN AUTHORITY FROM 

the Department* 

The law forbids pay¬ 
ment FOR ADVERTISE¬ 
MENTS NOT PREVIOUSLY 
AUTHORIZED. 






FOR MEWS ITEM ONLY: 


TREASURY DEPARTMENT, Procurement 
Division, Public Works Branch, 
Washington, D. C., June 17, 1935. 
Sealed proposals in duplicate will 

BE PUBLICLY OPENED iN THIS OFFICE 

at I p.m., July 22 , (935, for 

FURNISHING ALL LABOR AND MATERIALS 
AND PERFORMING ALL WORK FOR THE 
EXTENSION AND REMODELING OF THE 
STEEL VAULT ENTRANCES OF THE 

U.S« Mint at Denver, Colo. At¬ 
tention IS DIRECTED TO THE 
SPECIAL CONDITIONS OF BIDDING 
SET FORTH IN THE SPECIFICATION. 

Upon application, one set of 
drawings and specifications will 
be supplied free to each general 
contractor interested in submitting 
a proposal. The above drawings 
and specifications MUST be returned 
to this office. Contractors re¬ 
quiring additional sets .may obtain 

THEM BY PURCHASE FROM THIS OFFICE 
AT A COST OF $7.00 PER SET, WHICH 
WILL NOT BE RETURNED. CHECKS 
OFFERED AS PAYMENT FOR DRAWINGS AND 

specifications must ej e ,;aqe PAY¬ 
ABLE TO THE ORDER OF THE TREASURER 
of the U. S. Drawings and speci¬ 
fications WILL NOT BE FURNISHED TO 
CONTRACTORS WHO HAVE CONSISTENTLY 
FAILED TO SUBMIT PROPOSALS. ONE 
SET UPON REQUEST, AND WHEN CONSIDERED 
IN THE INTERESTS OF THE GOVERNMENT, 

WILL BE FURNISHED BUILDERS* EXCHANGES, 
CHAMBERS OF COMMERCE OR OTHER 
ORGANIZATIONS WHO WILL GUARANTEE 
TO MAKE THEM AVAILABLE FOR ANY SUB¬ 
CONTRACTOR OR MATERIAL FIRM INTERESTED, 
AND TO QUANTITY SURVEYORS, BUT THIS 
PRIVILEGE WILL BE WITHDRAWN IF THE 
SETS ARE NOT RETURNED AFTER THEY 
HAVE ACCOMPLISHED THEIR PURPOSE. 

W. E. Reynolds, Assistant Director 
of Procurement, Public Works Branch. 


RLS 


(Over ) 


Standard Form 


DENVER, COLO., U.S. MINT 
VAULT ENTRANCES (EXT*N & R.) 


NOTICE TO PRINTER 

This hot ice when used 

AS At! ADVERTISEMENT 
MUST B E SET SOLID. 

The notice is to be 

USED AS A PAY ADVER¬ 
TISEMENT ONLY WHEN 
ACCOMPANIED BY WR IT - 
T EN AUTHOR I TY FROM 

the Department. 

The law forbids pay¬ 
ment F OR ADVERTISE¬ 
MENTS NOT PREVIOUSLY 
AUTHORIZED. 


I 

FOR MEWS ITEM ONLY: 


TREASURY DEPARTMENT, Procurement 
Division, Public Works Branch, 
Washington, D. C., June 17, 1935. 
Sealed proposals in duplicate will 

BE PUBLICLY OPENED IN THIS OFFICE 

at I p.m., July 22, | 935 , for 
furnishing all labor and materials 

AND PERFORMING ALL WORK FOR THE 
EXTENSION AND REMODELING OF THE 
STEEL VAULT ENTRANCES OF THE 

U.S. Mint at Denver, Colo. At¬ 
tention is directed to the 
SPECIAL conditions of bidding 
SET FORTH IN THE SPECIFICATION. 

Upon application, one set of 

DRAWINGS AND SPECIFICATIONS WILL 
BE SUPPLIED FREE TO EACH GENERAL 
CONTRACTOR INTERESTED IN SUBMITTING 
A PROPOSAL. The ABOVE DRAWINGS 
AND SPECIFICATIONS MUST BE RETURNED 
TO THIS OFFICE. CONTRACTORS RE¬ 
QUIRING ADDITIONAL SETS MAY OBTAIN 
THEM BY PURCHASE FROM THIS OFFICE 
AT A COST OF $ 7.00 PER SET, WHICH 
WILL NOT BE RETURNED. CHECKS 
OFFERED AS PAYMENT FOR DRAWINGS AND 
SPECIFICATIONS must be a d e pay¬ 
able TO THE ORDER OF THE TREASURER 
of the U. S. Drawings and speci¬ 
fications WILL NOT BE FURNISHED TO 
CONTRACTORS WHO HAVE CO INSISTENTLY 
FAILED TO SUBMIT PROPOSALS. ONE 
SET UPON REQUEST, AND WHEN CONSIDERED 
IN THE INTERESTS OF THE GOVERNMENT, 

WILL BE FURNISHED BUILDERS' EXCHANGES, 
CHAMBERS OF COMMERCE OR OTHER 
ORGANIZATIONS WHO WILL GUARANTEE 
TO MAKE THEM AVAILABLE FOR AMY SUB¬ 
CONTRACTOR OR MATERIAL FIRM INTERESTED, 
AND TO QUANTITY SURVEYORS, BUT THIS 
PRIVILEGE WILL BE WITHDRAWN IF THE 
SETS ARE NOT RETURNED AFTER THEY 
HAVE ACCOMPLISHED THEIR PURPOSE. 

W. E. Reynolds, Assistant Director 
of Procurement, Public Works Branch. 


rls 


(Over ) 


Standard Form 


DENVER, COLO., U.S. MINT 
VAULT ENTRANCES ( EXT ! N & R.) 


NOTICE TO PRINTER 

This notice when used 

AS AN ADVERTISEMENT 
MUST BE SET SOLID. 

The notice is~ to be 

USED AS A PAY ADVER¬ 
TISE MENT ONLY WHEN 
ACCOMPANIED BY WRIT¬ 
TEN AUTHORITY FROM 

the Department* 

The law forbids pay¬ 
ment FOR ADVERTISE¬ 
MENTS NOT PREVIOUSLY 

authorized* 


FOR NEWS ITEM ONLY: 


TREASURY DEPARTMENT , Procurement 
Division, Public Works Branch, 
Washington, D* C*, June IV, 1935 * 

Sealed proposals in duplicate will 
be publicly opened in this office 
at I P.M., July 22, 1935, for 

furnishing all labor and materials 

AND PERFORMING ALL WORK FOR THE 
EXTENSION AND REMODELING OF THE 
STEEL VAULT ENTRANCES OF THE 

U.S. Mint at Denver, Colo. At¬ 
tention is directed to the 
special conditions of bidding 

SET FORTH in THE SPECIFICATION* 

Upon application, one set op 
drawings and specifications will 

BE SUPPLIED FREE TO EACH GENERAL 
CONTRACTOR INTERESTED IN SUBMITTING 
A PROPOSAL. The A30VE drawings 
AND SPECIFICATIONS MUST BE RETURNED 
TO THIS OFFICE. CONTRACTORS RE¬ 
QUIRING ADDITIONAL SETS MAY OBTAIN 
THEM BY PURCHASE FROM THIS OFFICE 
AT A COST OF $7.00 PER SET, WHICH 
WILL NOT BE RETURNED. CHECKS 
OFFERED AS PAYMENT FOR DRAWINGS AND 
SPECIFICATIONS MUST BE .1A D E PAY¬ 
ABLE TO THE ORDER OF THE TREASURER 

of the U. S. Drawings and speci¬ 
fications WILL NOT BE FURNISHED TO 
CONTRACTORS WHO HAVE CONSISTENTLY 
FAILED TO SUBMIT PROPOSALS. ONE 
SET UPON REQUEST, AMD WHEN CONSIDERED 
IN THE INTERESTS OF THE GOVERNMENT, 

WILL BE FURNISHED BUILDERS* EXCHANGES, 
CHAMBERS OF COMMER CE OR OTHER 
ORGANIZATIONS WHO WILL GUARANTEE 
TO MAKE THEM AVAILABLE FOR ANY SUB¬ 
CONTRACTOR OR MATERIAL FIRM INTERESTED, 
AND TO QUANTITY SURVEYORS, BUT THIS 
PRIVILEGE WILL BE WITHDRAWN IF THE 
SETS ARE NOT RETURNED AFTER THEY 
HAVE ACCOMPLISHED THEIR PURPOSE. 

W* E. Reynolds, Assistant Director 
of Procurement, Public Works Branch. 


RLS 


(Over ) 


SJHW 




,\i 


a March 91» 19W. 

> * ^ 


Diatriot j&gineer. 
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I 



District Mo* 6* 

Mow Poet Offlea Buildlog* 
Kansas City* Missouri# 


Sin 

dsfsreiice la aada to tha authority wired you January 19* 

1997* to expand not to axosed #100*00 for certain thanana at the 
Mint* flanvar, Colorado* You ware advised that If tins wore 
sufficient in the aaergensy, to Obtain competitive bids* aocept 
the lowest if within the amount authorized and on collation to 
forward Toucher with bill or bills rendered, charged to the 
appropriation. "8X872 tfaargeaoy Construction of Public Buildings, 
lot June IQ, 1934". 

Under data of February lh. you forwaxdod with your rwcon- 
nendatlca, the only bid received for Installation of tha additional 
columns under the old gold Tault. la mount vl»ftft? .00, which wea 
accepted by wire of March 89* charged to tha appropriation, "t??*4 
Bcpairw* Preservation and Iqulpemt. Public Buildings, Procurement 
Division, 193? (a)** 

Therefore, the authority of January 1ft* 199?, above described, 
ie hereby caaoell*d« 


3 




y ; 


I 



Tory truly yours. 


isslatent director of Procurement* 


Copy 00 


KG/ora 



K 







mam »*• im« 






la Mini* 


OiUMiOi la ****** 




ilMWW 




Qr direction of tk* Jeoretary* 

Copy OJt fc DJE 
Confirmation 


Tk* only bid r*o*iT*d und*r advertisement and forward#d by tk* District 
iagin*er on February 12» 1037* 

Tk* oolusn* ar* to b* fuzniakad by tk* Oorornment and are atored in yard 

of Mint# 

! Payment will b* mad* from tk* appropriation! *87724 Repair*, Preservation 
■ and Squipment, Public Building* ♦ Procuremmit Division, 1037 (a)** 

tam* Tk* proceed* of your okeok will be bold until tk* satisfactory 
completion and aooeptanc* of tk* work v 


Liq« dmga In speo* 45*00 


era 

3PV fik 3-26-37 #2. 


▲ 


RECEIVE' 

MAR 29 1937 

L/liiLr CLEriK 

U. S. MINT AT DENVER 


DKKTOH, COLO., MDJT. 

Additional Columns Under 7aco.lt. 



February 5 » 3*937 


the S. Burkhardt A Sons 
Steel A Iron Works Company, 
So9 South Broadway, 

Denver, Colorado. 

Sire: 


1* Deference is made to your hid dated January 


29* 1937* for installing additional columns under a vault at 
the Denver ttint. 'The price named, 11,667.00, is out of line 
with estimate* made in this office, and it is desired that 
you furnish a detailed break-down of your bid as per the items 
listed on the attached sheet, adding rather items, if any, 
that go to make up the total of your priee. Upon receipt of 
this information, the natter will have further attention. 


2. You are requested, to name a price for this 


Job based on net uaing the old steel columns, but instead 
using 5* extra heavy blade steel pipe threaded through steel 
flanges top and bottom, the pipe ends cut flush with the 
flanges. All other requirements to be the same as for use 
of old columns, including painting. 


3* A copy of this letter will be sent to the 


Custodian. 


▼ery truly yours. 


(Sisiued; Was. lWilie CaUier 


District Sngineer. 


W*0-H 

Incl. 

co-CU 



SKNVKR,COLORADO, MIST 


20 - steel plate®, 12" x 12* x 1". 

**0- * * I6**l6«xl» ... 

80 - 1" maohina belts,... 

Sand ad earn ant.... 

Drilling and tapping 80-1* holes In plates 

Stoop werk on 20 eld eeltsans. 

Handling and hauling 20 old ooltuas...... 

Bedding lower plates (20) on eld sldt>.. 

Setting eclrone (20)...... 

Bedding upper plates (20)... 

tacking oolnsms tc bearings... 

Grouting Vtween lewer plates... 

Repairs to concrete fleers and beans.... 

Painting..... 

dswrlng rubbish....... 

Any other Items (emaasrate)... 

Overhead (ineluding insurance, eta.)..... 

Prefit. 
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*• w. Xtrahfeof Co.. 

700 Uwrenee St., 

Doaver, ,«!©. 


ilKfXBI COW.. *m 

npw-gxot-t.c.p. 


Maroh 11. 1937, 



Coetlaconi 


hoforonoo la M«ii tojyonr centraat for uluiloa nod ro- 
*o4«Uac of tho fcltod State# Klat, Den tar, Colorado. 

Year pmool *«t#d Beveaher 3, 193d, forwarded the 
««looor rrmmtnr lfl, l« approval * t aa addition to your sold 
coatrtct and wUdent fart ho r Bonification of it* teroa. la uaut 
oaa hundred ttlrtr>a«vra dollar* aad twenty-one east* {1137.21), 


Too aV>va ■sp/rowul ecrers paiatia* tha hltoaine_ 

exterior walla of tha aeeoad floor with oaaolo p«lst u 11 aa 
of with eeaeat water p*iat. 1% ta uaderatood that thla work «a 
p.rfcm4 telat Ikt Uft »f tk* «,*»•*. 


iayaeot •’111 ho a%do fro» the appropriation »3x»72 J warmer 
Cocatmotion of ihtUc Tnlldlaga. dot Jtuw If, 1934*. 


H 


* oory of tble latter will ho for warded to tho Patriot 
- and to tho Caatodloa at tho Valuing. 

Ij direction ©f tho *oor*t*ry. 

Tory tmly year*. 


Aotlag kaalataat -Vi rector of Treoareaeat, 


ha 


A 


C0?Y for Custodian who it 

to crtHy and issue vouchen 

ofd<'‘giy« an- rward to Oi.tricang«K»«r 

VV. E. REYNOLDS 
Assistant Direct©, of Procure***! 
Public Works Branch 


(COPY) 


DENVER,COLORADO, MINT 


SE-27 


March 11, 1937. 


F. J. Kirchhof Construction Co., 
700 Lawrence St., 

Denver, Colo. 


Gentlemen: 

Reference is made to your contract for extension and re¬ 
modeling of the United States Mint, Denver, Colorado. 

Your proposal dated November 3, 1936, forwarded by the 
Engineer November 16, is approved as an addition to your said 
contract and without further modification of its terms, in amount 
one hundred thirty-seven dollars and twenty-one cents ($137.21). 

ev . J he ab i°T e a 5 p r° val C0Vere Painting the whitening room and 
exterior walls of the second floor with casein paint in lieu 

of with cement water paint. It is understood that this work was 
performed during the life of the contract. 

t ayment will be made from the appropriation "2x872 Emerpencv 
Construction of Public Buildings, Act June 19, 1934", y 

a A C °? y + ° f ^ hi ? letter wlL1 be forwarded to the District En¬ 
gineer and to the Custodian at the building. 

By direction of the Secretary. 


Very truly yours, 


Acting Assistant Director of Procurement. 


hn 


A 


DENVER, COLORADO 


HINT 



OM-FS 


June 16, 1937. 


District Engineer 


,riCL LIlKlUCOi | 

582 New Post Office, 
Kansas City, Mo# 



Q3/\id03y 


Sir: 

P 3 

Reference is made to the contract with • 
Kirchhof Conetruetion Company, Denver, Colorado, for 
the extension and remodeling of the Mint at Denver, 
Colorado# 

You are advised that final settlement and 
payment of the balance found due under this con¬ 
tract, viz., $ 13,816.70^ was authorized under 


date of Ju* 1 ® 1937# 


Very truly yours. 




DECEIVED 

JUN 18 1937 


DISVRiCT engineer 

Kansas city. mo. 


MG 











DENVER, COLORADO., |QJfY. 


J 


January 90, 

SE-6-3 

sSf' 4> 

™> J j^ o jt«;c ruotl0 " Ooapa ^ 

Oen\r«r, Colorado. - 

.\V t < 

°T # 

*> 

Oentlenen: 

nwK^frrf *)&de lattar of Decercbcr 20 

ln^oiet Sr glllo* S«“«r t 'tr , ' ardl ? ? th * dlff «-enoV 
cement mater Saint ln oonn.oSnn'’!?^ p * lnt snd the 

. , ? r tes:^d t ^ t#nine ~°- *££™u 

onlr.t 1 * th "\. you u,ed *«uraltone* casein 

8 iSS SJSWt; SS^ffTS!^ 82 

charge of *8.10 par Sllon Sr ™ os^ Sh^Hr 
reduoed to approximately *1.30 oar gallon foi^the* 
resulting rlxture or tha quantity of 77 Ka^lonc nt 
pasta raquired should b. raduoedf gaUoaa of 


If tha ohansre Involved only tha n<»fi n « n0 nr% * 

SZmtS T'Al 2S&S5 pasta. «. 

area also Inoludea tha furnace room, laboratory nr.d 6 

mmLE"?!’ ™ qulred S e °*” ,ent Ploatered,ThsS'off Ice 
as lsata la for an area of approximately 13,300 square 

-eet, requiring not over 40 gallon* of paste for t 0 Sta. 

b.^d^o ff! '? 4u * e i'? to * ubn ‘ t « revised proposal 

baeed on the above data and eubnlt for further consideration. 

By direction of the Supervising Engineer. 

CC:CU 
CC:DE 


JHD:mo 


Very truly youre, 

Superintendent of Project Management. 


Bixra, coioiaco, Min 
*. C. P. Tlpv-2606 


sjua7 


Jaauary 13, 1937. 


'* Ilrctoof CoiitrocUea Co*. 
700 iurnci St root, 

Doaror, Colorado* 


(Jostleaoat 


COPY for Custodian w»io is 
directed to certify and issue vouchers 
accordingly. 

VY. E. REYNOLDS 
Assistant Director of Procurement 
Public Works Branch 


_ Haference la aado to your coatroot for 
tbo slat at Denver, Colorado* 


oxtoaoioa and roaodoliag 


lour revised proposal datod September 12, 1936, forwarded la tbs 
Coastruetloa Sagiaeer'e lattar of December 16, 1936, la approved aa 
«a addition to four contract, aad without fortbor aodlfleatloa of ita 
toraw, ia aaount sixty-four dollars and eight coats ($64*08)* 


QQila approral covers furnishing aad installing oao oxtra window 
^illa ia driveway at tbs loading platfora, iaatallod prior to tbo ox. 
piratloa of your contract tin*. 


Fayaoat will bo aado froa tbo appropriation, "2X873 Xaarrancx 
Construction of Public Buildings, act Juns 19, 1934", 


. t^ia lot tor aro being forwardad to tbo District Snginaer 

aad tbo Cuatodlaa at tbo building* 


Br dirootlea of tbo Secretary. 


Tory traly youra, 



tbo 


▲ 


Director of Proeareaeat* 





BMVtt. CQ 14 ., sew 
Jue.f. nyw-Mot 


7aw«y f, list 


f* 1* M ii Mwf C«itmU«i 0»*i 
7©G LovrwJMM .tmV 
l*»w, O oUro O o . 


COPY for Custodian who is 
directed to ■" ' y 2 nd issue VGiichers 
accordingly, a;.». onward to D.strict Engineer. 
W. E. REYNOLDS 
Assistant Director of Procurement 
Public Works Branch 


U *4* u 
MUt, mow. 


* **** * *** * n,r * ***•« *4 ltat. U «Utk you 

t* pro ooo« with «k«acM «• mtwtj u ««»4«>aN with 
l*a*A» too to* Mfttoito of wu**i lift 4oor 4-a. too 
tolto tr> towurKto** 1 v*r, tot aot to to loo* to*o • mt Oovoottoa 

** 5 ao T** f? mllm - ***** ^Utor foro«4to 
: ’TO* *totototo to, Mkmnm too o-too of too »oto to pi 

too nfMoIr" u <,ol, **oti«o ***** **• *rtor to 

^ UfwtoUoa tot ««ti> 

• ‘ tu * % m9m totooloU ooao fojrtonooi vhlok too* 


(«K>a?) to 

ooalfto tto* of it* 


of thirty 4*U«r» mi 
ftooootolo* ftto m to, 

*<40 oootrtot, «m rttkNt fiutooo* 


_ **• ^ «• toi*< rooito to too niotriot 

toofttotof «04 to too ftMtoOlto Ot to* Ml4in, 


** Oirootto® Of too *fi«tory’ t 


< 


r 


-n 


,\M» 11 


■'VI 

l*'* 1 


Aoototast fitoootor of 


C ‘^. r mT D£N^ £R 

i*rt»0pr0»*l*t. 


OrOor b~UQ»-6 mot to to loo* 
to** AoOuetlon <30.17, ooartraod 
t u<v; action .0.17. 


s. C. Form No. 7 


digital 0 lotrpa, United i’tatea Armg 


Strettifh at 

c3-—0501 y, §. ooTxxicimrr rnnrmto orrjcz^jtt*^ 

22WVB B 26TRSY 19 

WASHN DC 258P DEC 30 1936 

SUPT U S MINT 

DENVER COLO- 

RETEL DECEMBER THIRTIETH NOT NECESSARY TO SEND ONE SET SPECIFICATIONS 
BACK SINCE YOU APPROVE THEM AS THEY ARE STOP PROCUREMENT DIVISION 
RETAINED A SET OF COPIES 

NELLIE TAYLOE ROSS 

131P 


PHONED 135 P DEC 30 TO H BY FH . 










O'E/eh 






STANDARD FORM No. I4A 
Approved by the President 
March 10.1926 


TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 


Superintendent* U3 l&nt, Denver, Colo. 


Treasury department 

WASHINGTON 

December 30, 1936. 

Charge Treasury Department, Appropriation for 

Salaries and Tsqxsnses, Hint a and 
Assay Officog, 1937. 

(The appropriation from which payable must be stated on above line) 

U. & OOVEKXMKXT VUTSTTHQ vTTiCT 2 - 14117 


Retd December thirtieth not necessary to send one set specifications back since 
you approve then as they are STOP Procurement Division retained a set of copies. 


Ilellio Tteyloe Ross, 
Director of the Hint. 


RF-'-fVED 



r 


CHIEF a. 

{,J - s. MWT AT 


- — R 

dehver 






Radiogram 


Washington, L# C# 4i55 P#M# Dec# 14, 1926* 

Construction Engineer Owens 
Mint, Denver, Colorado# 

Exigency of service requires you be relieved from Mint, Denver, Colo, and Postofiice 

Loveland, Colo. December 20th# transferred and detailed Aberdeen, aouth Dakota 

to supervise construction gostoffice and Court House, effective December 31 (stop) 

Authorized to ship household goods at Government's expense from Denver to 

Aberdeen (stop) Travel susx expenses and per diem authorised (stop) If by auto¬ 
mobile reimbursement on mileage basis at rate of i-five cents per mile authorized- 
letter follows# Acknowledge# 

Received Denver 
12-15-26 8:15 A.M# 

J.K.L. 


Wayne C. Taylor 

Acting Secy# of Treasury 


Washington D. c* f 

2:16 P« M. December 11, 1936 

Construction Engineer, Owens 

Denver, Colo* 

Authorization your transfer Aberdeen, South Dakota, effective December 
31, 1936. Awaiting Secretary’s signature* stop* Prepare to move 
promptly* Acknowledge. 

C* H* Brans come. 

Acting Supervising Engineer. 


1:10 P. M. 12-11-36 

L*M* 



OFFICE OF 

CONSTRUCTION ENGINEER OWenS, 

U.S. Post Office, 
Aberdeen, So. Da. 


treasury department 

PROCUREMENT DIVISION 
PUBLIC BUILDINGS BRANCH 

field force Aberdeen, So. 

Jan. 8 th- 1937- 


Mr. Mark A. Skinner, 
Superintedent of U.S. Mint, 
Denver, Colo. 


My dear Mr. Skinner, 



Thru all my details and rush ^ 
to get out to Aberdeen, I believe I failed to 
leave any instructions about incoming correspondence. 


Please forward all mail addressed 

to James D. Owens or Construction Engineer .official 
u.s. Mint, Denver, Colo. 

or personel, to me at Aberdeen, So. Da. % Postmaster. 
If not too much trouble, relay by wire to me,above 
address, any Radiograms or Telegrams relating to the 
work or of an official nature you may receive. 

Endorse all messages," Official Business,Goverenment 
rate, Collect, Procurement Division, Washington, D.C. 

So they wont be charged to your office. 


Arrived 2.20 A.M. Tuesday morning Jan.4-37 

on 3 feet of snow and the temperature 19-yi below zero. 

about 10 A.M. it started to snow and contined to snow 

and blow all day.Traffic is all tied up and practically 

at a standstill. Last Night was a tough one*, Have an 

Eskimow here that can f t say Jack but wants to pour 

concrete tomorrow. You know how long he's going to live 

Best Regards. Mr. Owens, 6 




Owens, 

U.S. Post Office, 
Aberdeen, So. Da. 


Aberdeen, So. 
Jan. 8 th- 1937- 


Mr. Mark A. Skinner, 

Superintedent of U.S. Mint, 

Denver, Colo. 

My dear Mr. Skinner, 

Thru all my details and rush 

to get out to Aberdeen, I believe I failed to 

leave any instructions about incoming correspondence. 

Please forward all mail addressed 

to James D. Owens or Construction Engineer ,official 
U.S. Mint, Denver, Colo. 

or personal, to me at Aberdeen, So. Da. Postmaster. 

If not too much trouble, relay by wire to me,above 

address, any kadiograms or Telegrams relating to the 

work or of an official nature you may receive. 

Endorse all messages," Official Business,Goverenment 

rate. Collect, Procurement Division, Washington, D.C. 

So they wont be charged to your office. 

Arrived 2.20 A.M. Tuesday morning Jan.4-37 

on 3 feet of snow and the temperature 19 -% below zero. 

about 10 A.M. it started to snow and contined to snow 

and blow all day.Traffic is all tied up and practically 

at a standstill. Last Night was a tough one*, Have an 

Eskimow here that can’t say Jack but wants to pour 

concrete tomorrow. You know how long he’s going to live. 

Best Regards. Mr. Owens, 


THE c ILL appre CIATE suggestions from its patrons concerning its service 


Class of Service 


This is a fulhrate 
Telegram or Cable¬ 
gram unless its de¬ 
ferred character is in¬ 
dicated by a suitable 
sign above or preced¬ 
ing the address. 


WES TERM 
UNION 


1220-S 


J. 


R. B. WHITE 
PRESIDENT 


NEWCOMB CARLTON 
CHAIRMAN OP THE BOARD 


J. C. WILLEVER 
FIRST VICE-PRESIDENT 


SIGNS 


DL = Day Letter 


NM = Night Message 


NL = Night Letter 


LC 63 Deferred Cable 


NLT = Cable Night Letter 


Ship Radiogram 


The filing time as shown in the date line on f uU-rato telegrams and day letters, and the time of receipt at destination as shown on all messages, is STANDARD TIME. 

Received at 915-919 Seventeenth Street, Denver. Colo. A y2"£ 8 

r CA 936 130 GOVT DL=K WASHINGTON DC 23 555P 


mark skinner,supt= 

US MINT DVR= 


IMPOSSIBLE TO ACCEPT CONTRACTORS PROPOSAL FOR SUPPLYING 
HEAVIER BRACKETS AT AN ADDITION TO CONTRACT PRICE SINCE 
COMPTROLLER GENERAL W.ILL NOT COUNTENANCE ACCEPTANCE OF 


PROPOSALS FROM CONTRACTORS AFTER CONTRACT TIME HAS EXPIRED 


EVEN THOUGH BUILDING HAS NOT BEEN TURNED OVER TO PROCUREMENT 
DIVISION STOP ONLY RECOURSE IS TO INDUCE IF POSSIBLE _ 


CONTRACTOR MAKING ADEQUATE ALLOWANCE FOR COMPLETE ELIMINATION 
OF EXTERIOR BRACKETS STOP IF THIS PROPOSAL IS SATISFACTORY 
TO PROCUREMENT DIVISION PRESENT CONTRACT CAN BE TERMINATED 


AND THEM NEW PLANS AND SPECIFICATIONS FOR HEAVIER LIGHT 
BRACKETS ADVERTISED STOP IT SEEMS TO ME THIS PROCuDURE IS 
NOT JUSTIFIABLE DO YOU AGREE STOP PROCUREMENT DIVISION 
INFORMS ME CONTRACTOR LEGALLY BOUND TO INSTALL BRACKETS 

ACCORDING TO SPECIFICATIONS EXCEPT UPON SUCH T^S 1^ E 

. r-i/cTQ DISINTEGRATE THEY CAN BE REPLACmJ 
OUTLINED STOP WHEN BRACKETS DlbiMt 

YEARS HENCE= 

NELLIE TAYLOE ROSS DIRECTOR 




! kO 

klr • J 


0^Vv 



#> 




A\t- 


4 


u.s 


5. K‘ :iT 


D£«' ,eR 




„ cirFCT WAY TO SEND MONEY IS BY TELEGRAPH OR CABLE 
THE QUICKEST, SUREST AND SAFEST YYa 
























rad I OG R AM 


Denver, Colorado 
November 23, 1936 

DIRECTOR OF THE Ml NT 

Washington, D. C. 


Pending further 
lights, contractor is 
IS earnestly desired. 


information relative to brackets for 
being seriously delayed and immediate 


outside 

DlCISION 


Skinner, Superintendent 


CONFIRMING 


CITY AND COUNTY OF DENVER 


COMMISSIONERS 


KARL C. BRAUNS 
A. P. GUMLICK 
FREDERICK R. ROSS 
H. S. SANDS 
RICHARD WENSLEY 




Board of Water Commissioners 

CITY AND COUNTY BUILDING 
Phone TAbor 8211 

DENVER, COLORADO 
November 6, 1936 


OFFICERS 

RICHARD WENSLEY, PRESIDENT 
H . S. SANDS. VICE-PRES. 

A. P. GUMLICK, VICE-PRES. 

E. G. PLOWMAN. EXECUTIVE - ASS 
GEO. F. HUGHES, SECRETARY 


Mr. Skinner 
Director U.S. Mint 
Denver, Colorado 

Dear Sirs 

Please refer to our letter of March 27, 1936. 

In this letter we requested that the abandoned service, 
which previously supplied the old printing establishment 
that was razed to make way for the addition to the Mint, 
be cut off at the main and plugged. 

Since the rules of the Board of Water Commissioners re¬ 
quires sH abandoned services to be disconnected at the 
main, we would appreciate very much having this matter 
attended to as soon as conveniently possible. 

Tours very truly, 

Jayson Brown 

Acting Manager, Services Division 


JB;MR 





help save water 




RAD IOGRAM 

Washington, U. C. 

October 16, 1936 
3:0b p.m. 

United States Mint 
Denver, Coloraoo. 

Retel October 15 regarding brackets. The Bureau peels that the 

SUCCESSFUL COMPLETION OP THE ALTERATION ON YOUR BUILDING IS WHOLLY THE 

responsibility op the Procurement Division and that organization has 

ISSUED ORDERS TO THEIR CONSTRUCTION ENGINEERS IN DENVcR RELATIVE TO THE 
INSTALLATION OP SATISFaCTOi;Y BRACKETS FOR (HE EXTERIOR LIGHTS WHICH IS 
TO BE FURNISHED BY THE CONTRACTOR. 

O'Reilly. 

Received 

October 16, 1936 
2:55 P.M. 


S. C. Form No. 7 


Signal Cnrpa, United States Arrng 


*««■*■* 'TxSnK* 


e3—9501 p. a. t> y nmMK irf wtnrrw c 


15/vVB WA 77 TRSY 1 EX NI7Z 


19 


WASHINGTON DC 125P 00 T 16 1S36 
CONSTRUCTION ENGINEER OWENS 

U S MINT DENVER COLO 

DIRECTOR OF MINT REFERRED TO THIS OFFICE TELEGRAM T'ELFTH TO 
nER rROM MISTER SKINNER RELATIVE LOCATION EMERGENCY PO'.'’ER PLANT 
PROTECT I ON CONTRACT DENVER MINT STOP PRESENT LOCATION 
APPROVED BY CHIEF ENGINEER WHITE AND CHANGE SHOULD BE APPROVED 
3Y HIM STOP NO OBJECTION BY THIS OFFICE TO CHANGE STOP CONNECTING 
EXHAUST AND VENT PIPE TO ANY OTHER STACK OR PIPE NOT RECOMMENDED 

STOP BETTER TO RUN BOTH TO ROOF OR AT LEAST HIGH ENOUGH TO PREVENT 
TAMPERING 


G R ROBERTS ACTING SUPERVISING ENGINEER 

\ 

1 144A 


PHONED BY ENJ Ta IH ul*g AM aCY t6 






S. C. Form No. 7 


Signal (Harps, States Army 


Bmtttfh at - I0 STAII0H ' 

FT. LOGAU, COLO. 


© 3—9501 


p. «. •othmkht nmrTnro ornci; iw 


21WVB B 56TRSY 


19 


WASHN DC 30S? OCT 15 1936 


U S MINT 


DENVER COLO 


REXEL OCT FIFTEENTH REGARDING BRACKETS THE BUREAU FEELS THAT THE 
SUojESStJL COMPLETION OF THE ALTERATIONS ON-YOUR BLDG IS WHOLLY A 

RESPONSIBILITY of the procurement divn and that organization has 

ISSUED ORDERS to THEIR CONSTRUCTION ENGR IN DENVER RELATIVE TO THE 
UoIaLLAT ION OF A SATISFACTORY BRACKET FOR THE EXTEPIOR LIGHTS WHICH 
IS TO BE FURNISHED BY THE CONTRACTOR 


OR I ELLY 

245P 


PHnNED 254 PM ENJ T* CLERK 


Cl 

£/. & 









0»R/eh 
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STANDARD FORM No. 14a 
Approved by the President 
March 10.1926 


telegram 

OFFICIAL BUSINESS—GOVERNMENT RATES 

Superintendent, US Mint, Denver, Colo. 


Treasury Department 

WASHINGTON 

October 16, 1936. 

Charge Treasury Department. Appropriation for 

Salaries and Expenses, Mints and 
Assay Offices, 1937. 

ni,-._ IIT7:: _ - w - 


(The appropriation ^ r o™7Mch~payable~must~be~gtated~on abow fin^* 


o. a government nuxTiNo umns 


2—14117 




M.M.O*Reilly, 

Acting Director of the Mint. 










RADIOGRAM 


WASHINGTON, D. C 

October 15, 1936 
1:25 P.te. 


Construct i on Engin^r Ov.ens 
Denver, Colorado 

Director or Mint referred to this office telegram 12th to her from 
Mr. Skinner relative location emergency power plant, tc., Pkot; ction 
contract Denver Mint. Present location approved by Chief Lngineer White 

AND CHANGE SHOULD BE APPROVED BY HIM. No OBJECTION BY THIS OFF 1CE TO 

change. Connecting exhaust and vent pipe to any other stack or pipe not 

RECOMMENDED. BETTER TO UN BOTH TO POOF OR AT LEAST HIGH ENOUGH TO 
PREVENT TAMPERING. 


G. R. Roberts 

Acting Supervising Engineer. 

Received 

October 16, 1936 
11:50 A.M. 



6^/tf. ir 1'hy 


S. C. Form No. 7 


Signal (Harps, llrntri Stairs Army 


at" 


1^'UjIO STATIOf f|g 
FT. LOGAJt, COLO. 


c3—-9/501 p. a. ooTpqnfKirr wtmwwo omcw: m* 


7WVB B 56TRSY 19 

WASHN DC 1 2NN OCT 15 1936 
SUPT OF U S MINT 

DENVER COLO 

RETEL OCTOBER FOURTEENTH REL TO BRACKETS HAVE CONFERRED. W ITH 
PROCUREMENT DIVN £ND CONSULTED STATE OF OUR APPROPRIATION STOP BALANCE 
IN THIS APPROPRIATION NOW VERY SMALL AND BUREAU DOES NOT FEEL 
JUSTIFIED IN AUTHORIZING A FURTHER TAX UPON IT FOR BRACKETS 
STOP PROCUREMENT DIVN FEELS THAT THE BRACKET WHICH HAS BEEN 
SPECIFIED WILL BE ADEQUATE AND SATISFACTORY 

t — ^ M MORE ILLY 

\ ~ i Sw • . I 

1044A 


PHONED BY ENJ 1049A 








RAD I OGR AM 

Denver, Colorado 
October 13, 1936 

Director of the Mint 
Washington, D. C. 

^atel October 15 regarding brackets. Contract brackets not 

OBTAINABLE AS MANUFACTURER HAS DISCONTINUED BUSINESS. UNLESS SOME 
BRACKET IS APPROVED AND ACCEPTED INSTALLATION OF OUTSIDE LIGHTS 
WILL HAVE TO BE DISCONTINUED AS LIGHTS CANNOT BE INSTALLED WITHOUT 
A BRACKET. 


Skinner, Superintendent. 


CONFIRMING 


RADIOGRAM 


Washington, D. 

October 15, 1936 

United States Mint 12:3j P,M * 

Denver, Colorado 

^etel October 14 relative to brackets. Have conferred with 
Procurement Division and consulted sta*e of our appropriation. 

OALANCE IN THIS APPROPRIATION NOW VERY SMALL AND BUREAU DOES NOT 
FEEL JUSTIFIED IN AUTHORIZING ANY FURTHER T |( UPON IT FOR BRACKETS. 

Procurement ujvision feels that the brackets which have been specified 

WILL BE ADEQUATE AND SATISFACTORY. 


M. M. O’Reilly. 

Received 

^Tfmtr 15, 1936-11:05 A.M. 

QVt $ 


Radiogram 


Director of the Mint 
Washington, D. C. 


Denver, Colorado, October 14, 1936/ 


The delay by the Procurement Division in the approval of the exterior lamp brackets 
to be installed for the protective lighting of the outside of building is seriously 
delaying the contractor, whose time expires October 20th (stop) This approval 
should be forwarded by wire at the earliest possible date. 




Mark A. Skinner, Superintendent. 


f yo 4 v 


J ames 


• Owens 


Denver, Colorado 
October 6, 1936. 


Mr. Marie A. Skinner, 

Superintendent U. S. Mint, 

Denver, Colora o. 

Sir: 

Please forward to me at your earliest convenience 
memorandum requested for certein changes and rearrange¬ 
ments covering the following items. Such requests 
are necessary in the settlement and adjusting of the 
fin 1 inspection of the Kirchhof Construction Contract* 

Merely as a suggestion for the convenience of 
identifying these items in the proper way, we outline 
below approximately how they should be worded. 

Item 1. For the purpose of the proper lisdit and 
ventilation in the new Extension at the 
■*- eve ^» w © hereby request that pro- 
visions be made and that eurbs be erected 
ne * roof construction for two sky- 
lifht openings - sizes as determined by 
* ** understanding 

^\K° n 5r a S tor ^ provlde openings and curbs 
and the Mint authorities will Install 

flashings net at the proper time during 
construction and provide skylights over 
these openings at a later date. 


Item 2. 


Confiming our conversation of even date, 
(date to be determined), for the adequate 
protection of Vaults and Values therein, 
we hereby request that all vault vents 
required by paragraph 194 or in iceted by 

pSI ?i a * s ij? e O] J 1 J- tt0<l fro® the construction 
t 5 e and ceilings of such com- 

partnents be reinforced end poured solidly 

any o P 0 nings thru same 
to the interior of the vaults. 


Mr. Mart: A. Sklnnar. - 2 - 


Item 4. 


cLlntl™*? , t0 th9 Herrtl « Hall Marvin Safe 
riat «« s 4 Veult Entrance work In the Denver 

reln^iii« C0nn 2 c l l0B wlth tha removal and 
reinstalletton of the old M ft R Vault Entrance 

J? t 5° ??» in the new Rolling Room. 

tte i 6p . th 0f the new floor tl. b aid to 

irntahf {S ctory workability of the old 

lnataia t* e ? ereby request that Its 

acc °rdance with drawing #1-414 
6111 a suite!) le rcmp plate with 
for’*!*® f® 8 *® 11111 ©* be installed in Its position 
£m? nP ° S ® ° f truckln * ln ®nl out of the 

In connection with the Protectiv Wnv-v «.y, 

for the setlsfectory faction * 

thio h »«!!i itCh ? 0ns oal1 ®T f *<■ as required under 
thifth contract # wa haraby racuest th 't 

Station 6-8 be* timnaferr.d to SielUoi, 

“an6 t ferred t to"tr ° f 8al<1 Position be 

Transferred to the Elevetor Lobby Uezzanine 

or tb, °2i th w J? 8 i de faca of the main south well 

5 req ulre W^'to^pe^^ 18 ‘V 1 ™* 
between new vault Kb 1 nnd tv possuge 

building at The^e-of pi ! ISM 11 °J tha 
request Is made that T,atohmrn station “* 4-^° 
be relocated on the Inside face of ™uth wal l 

5 ^ bbr U 

?L th 7 ult lobfe y to the gold vault. 

submlt r m^o for P each°lnHvidi I l ?L^ r 1 f! 1 °°^' 3 ®* P lat8a 
wUl have to be transmitted to our office by “sepa^Ito'le . 

Thrnking you In rdvonce, I remain 


Very truly yours, 
James D. Owens 


construction IhJngin er"; 



Hr* D, 0%cn& 

Conotructi >n En^ii*ot>r 
in Charge of Op»r« tl un» 
Denver t Colors o. 


£««r wlr* 


ereaco is stui to the Merrlaj; -nil Marvin Safe 
Cos.paay*i vault eatraace or* in this institution *nc ia con- 
necfelon *ith the r« u.ovtii tad reins^slistion of the old ItoR 
v&uit entrust* to the ut v*ult ia tho rolling roan. luc 
i.o the depth o* the ns* fioo? &JL>b ».ac to tht* >msatisfyetory 
workability of the old eovublc pi« V- ora, I hereby roguest 
tCit In/ vti.ltti:«a in accordance •• ith drawing il4 be oaitt<d 
i.ad ••> suitable reap plat* 3 fith adequate fast* aiogs bo in- 
SvilltKi in its position for the ^urpos* of trucking in <av out 
of the new vault. 


Respectful!/, 


Ikrk 1. Skinner, Sup* iatcn..cat. 



V , 

Yo, 

lv* 

r 

■ 

f 


r 

»<K. 

* 

fir, Jeaee L. 0«mns 

Construction ha fe lower 

la Charge el Operations 
leaver, Colorado. 

Bear Slri 

Confirming oar ’onvur*. tiott of *v»n date, for 
th« adequate protection of vaults and values therein. 

I hereby request that fell vault vents required by »ar- 
agreph 194 or indicated by U»< pitas, be omitted fro* 
the coos true tjoo end that the tail* aa celling* of 
sueh •smpartaont* be rulaforsw* end poured solidly 
with concrete wit out tap openings through a«uce to the 
interior of the vault ft. 


Respectfully, 




a. Sxlnaer, SuperlnV n- » at. 



• ^wsb 1. Omtat* 

Construction iaeineor 
In Charge of Operations 
S*nv*ii f CoJLoroco 


D< *r £ir» 


ia th, n. !r tr**** of pr °? w +** v‘«tiiuuo 

in the not* extension at the itiic lesnl, I htixbv r-. 

Sr 8 n * £ r0violca * **' «* curb# be arc .Via 

tac a** ruol construction ior t«o okyU^ht opeaiaae - 

cUcs »e determiner by Mr. ihit© - tt Wim the US m*. 

h ! t tonlr4CVir *» t0 P***iuo openingo one 
carb* one the Mine authorities »1U inotVl flushing 

^lCh?rCr iS COa ‘ trUcUott provide 

OWT these open a fc B *t e late* date. 


K’ opocti'uily. 


Mark «*, Skinner, Super inten »nt. 


•COPY - 


DENVER, COLO., WI NT. 

Structural Stcel Work. 


DISTRICT ENGINEER 
ROOM 526 Post Office 
KANSAS CITY, MISSOURI 


October 6, 1936. 


Supervising Engineer, 
Public Buildings Branch, 
Procurement Division, 
Washington. 

Sir: 


1. Attention is directed to the deterioration of certain 

STRUCTURAL STEEL WORK AT THE DENVER, COLORAOO, MI NT. THIS REFERS 
TO THE FRAMING OF THE PAVED AREA EAST OF THE ORIGINAL BUILDING 
UND^R WHICH ARE LOCATED THE FUEL ROOMS, PUMP AND MACHINERY ROOMS, 

STORAGE ROOMS, ETC. 

2. The construction of the roof over these rooms - the poof 

FORMING A PAVED AREA AT GRADE - IS BRICK ARCHES CARRIED ON STRUCTURAL 
STEEL BEAMS, THE LATTER BEING FIREPROOFED WITH TERRA-COTTA BLOCKS. 

AT ONE OF THE GIROERS FORMED OF TWO 20" I BEAMS, THE FIREPROOFING 
blocks have Fallen from the soffit for a space of a few feet ano it 
was possible to examine the girder's condition. Flakes of rust as 

LARGE AS THIS SHEET OF PAPER, AND 3/16" THICK COULD BE EASILY DE¬ 
TACHED FROM THE INNER WEBS OF THE BEAMS (THE OUTER SIDES OF WEBS ARE NOT 
EXPOSED) AND CORRESPONDINGLY LARGE FLAKCS FROM THE LOWER FLANGES. 

3. The metal evidently had been wet at every rain for years. 

In fact the entire roof leaks in numerous places, and the brick arches 

AND BEAM FIREPROOFING ALL SHOW MUCH WATER STAINING. In MY OPINION, 

ALt - BEAMS HAVE DETERIORATED FROM RUSTING kND IF IN THE CONDITION OF THE 
GIRDER MENTIONED, HAVE SUFFERED AN APPRECIABLE LOSS IN STRENGTH. 

4. The roof slabs have settled in places preventing proper 

DRAINAGE OF THE AREA. PART OF THIS TROUBLE IS DUE TO SLIGHT SETTLEMENTS 
OF CERTAIN BEARING WALLS, BUT IT IS PROBABLE THAT THE BRICK ARCHES HAVE 
FAILED TO MAINTAIN THEIR ORIGINAL POSITIONS DUE TO DETERIORATION OF THE 
BRICK FROM MOISTURE AND FROST. AT LEAST THE APPEARANCE OF THE UNDER 
SIDES OF THE ARCHES INDICATE THAT CONDITION. 



DENVER, COLO., MINT. 

Structural Steel Work. 


5. In my opinion, repairs are necessary and should be 

DONE AS SOON AS FUNDS CAN BE ALLOTTED FOR THE PURPOSE. THE WORK 
SHOULD COMPRISE THE ENTIRE REMOVAL OF THE ROOF IN QUESTION AND 
ITS REPLACEMENT WITH A PROPlRi-Y GRADED AND WATERPROOFED CONCRETE 
SLAB, USING NEW STRUCTURAL STEEL. THIS WORK SHOULD NOT BE DELAYED. 

6. If the Office will send here prints of the basement and 

BOILER ROOM FLOORS, TOGETHER WITH THE STRUCTURAL DRAWINGS OF THE AREA IN 
QUESTION, A SCHEME FOR RECONSTRUCTION WILL BE SUBMITTED, TOGETHER WITH 
ESTIMATES OF COST. 

7. A COPY OF THIS LETTER WILL BE SENT TO THE CUSTODIAN. 

Very truly yours, 

(Signed) Wm. Neville Collier 
District Engineer. 


WNC-H 

cc-CU 


RADIOGRAM 


Washington, D. C. 
September 28, 1936 
4:36 P.M. 


Mr. J. D. Owens 
% United States Mint 
Denver, Colorado 

Relative my letter 10th. Reply by v ire your attitude towards 

ASSIGNMENT KETCHIKAN, ALASKA, PROJECT. 


Received 

September 28, 1936 
3:55 P.M. 


Neal A. Mellick. 


radiogram 


Washington, 0. C. 
September 2A, 1936 
5:55 P.M. 


Construction Engineer Owens 
% United States Mint 
Denver, Colorado 

Reference contract Denver M,nt|rov.deo hefting floor materials 

COMPLETEO. SHIP ABRASIVE MACHINES BY RAILWAY EXPRESS GOVERNMENT BILL OF 

laoing to W. C. Clark % Construction Engineer Mint, San Francisco, 
TOGETHER WITH CHART AND INSTRUCTIOn|^SHEET. 

Neal Mellick. 


Received 

September 25, 1936. 
9:20 A. M. 


S. C. Form No. 7 


Slmittrii at 


l^ual dorps, Htttirit Stairs Armg 

t'^DIO STATION W V $ 

FP. LOGAN, COLO* 1 



2 5WVB WA 21 TRSY 


U S MINT 


WASHINGTON DC 436P SEP 23 1936 


T ntTWTWO 


19 


DENVER COLO 

RETEL SEPTEMBER TWENTY SECOND PROCUREMENT DIVISION JUST NOTIFIED BUREAU 

v'lRING INSTRUCTIONS TOMORROW TO ENGINEER OWENS REGARDING CONTRACT SEWER 
CONNECTIONS NEW BUILDINGS 


• ORE ILLY ACTING DIRECTOR 


343P 


TELEPHONED 420PM WA/ 


v 








RADIOGRAM 


Engineer Owens 
United States Mint 
Denver, Colorado 


Washington, D. C. 

September 24, 1936 - 4:16 P.M. 


Y>urs 19th Denver Mint. You are authorized to accept contractors 
figures $60.26 for sewer connection from waste water tank as item 

INDEPENDENT CONTRACT AS TIME H^S EXPIRED. FORWARD FORMAL BIO. 

L. A. Simon 


Receiveo 

September ? 4 , 1936 
2;5Q P.M. 


RADIOGRAM 


A / 

\ ( 

i 

W-SHtNGTON, D. C. 

September 23 , 1936 -4:36 PM 

I 

United States Mint 
Denver, Colorado 

Rt.TEL September 22nd. Procurement Division just notified Bureau 

WIRING INSTRUCTIONS TOMORROW TO ENGINEER OWENS REGARDING CONTRACT &XKK 
SEWER CONNECTIONS NEW BUILDING. 


O'Reilly 


Received 

September 23, 1936 
4:20 P.M. 


Radiogram 

Denver, Colorado, Sept. 22 , 1956. 

Director of the Mint 
Washington, D. C. 

Construction Engineer Owens wired Procurement Division September 
eighteenth relative sewer connection new building not covered by contract (stop) 
This connection must be made before plumbing in new construction can be put 
into service (stop) It is of utmost importance that we have reply at once (stop) 
No answer has yet been received (stop) We are not permitted to make this con¬ 
nection because Mint force are not licensed plumbers. 

Skinner, Superintendent. 






RAD I OGRAM 

Denver, Colorado 
September 18, 1936. 

Director of the Mint 
Washington, D. C. 

Retel September 18th regarding delivery midas. Building and 

VAULTS SHOULD HAVE FINAL INSPECTION AND BE APPROVED AND ACCEPTED BY 

October FjpfsT. Other conditions v.ould depend upon how fast delivery 

IS TO BE MADE AND WHETHER SUFFICIENT MAN POWER CAN BE SUPPLIED TO 
RECEIVE IT. 

Skinner, Superintendent. 


CONFIRMING 


Radiogram 


Denver, Colorado September 18, 1936. 


Director of the Mint 
Washington, D C 

Retel September 18th regarding delivery midas (stop) Building and 
vaults should have final inspection and be approved and accepted by 
October first (stop) Other conditions would depend upon how fast 
delivery is to be made and whether sufficient man power can be supplied 
to receive it (stop) 



Skinner, Superintendent. 



W-U-KS 


DEimn, COLO#, HINT 


September 14, 1936 

PaOCTHKIUKT DXTCSXCJ, G2N-EXP. 1937 


Superintendent, 
Mint, 

Denver, Colorado. 


advise by telegram height above floor of centerline of lower 
header of water grates In main boilers, Denver, Colorado, Mint. 


Superintendent Mechanical Engineering 



CC:Confirmation 


at 


Signal dorps, luttrii States Armg 

RADIO STATION 1 T s 
■FT. LOGAN, COLO • 

- ___c3—9501 p . s. ooTMonnprr mnmwo QfTtcii mt 


14WVB B 20TRSY 19 

WASHN DC 327P SEPT 14 1936 

SUPT U S MINT 

DENVER COLO 

ADVISE BY TELEGRAM HEIGHT ABOVE FLOOR OF CENTERLINE OF LOWER 
HEADER OF WATER GRATES IN MAIN BOILERS DENVER COLO MINT 

N S THOMPSON 

215P 









s. C. Form No. 7 


digital Corps, Ittitrii #tatrs Artmj 


Smtttrii at 


Radio station w t s 

FT. LOGAN, COLO. 


c3—9501 p. a. oomnonnnfT mnrrwo omen: ma 
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WASHN DC 105P SEPT 12 1936 

MARK SKINNER 

U S MINT 

DENVER COLO 

I HAVE SECURED ASSURANCE FROM MR REYNOLDS OF PROCUREMENT DIVN 

% 

THAT THE PLOT OF GROUND EAST OF EXTENSION WILL BE GRAVELLED 
ACCORDING TO YOUR DESIRE 


N T ROSS 


255P 



PHONED S32 A SEPT 14 To LM / BY FH/ 











Radiogra* 


Jj 

Washington, E. C* 4i55 P.M. '3-15-56 


Construction Engineer Owens 
Denver Bint ' 

1 * * 

4 » 1 

. : 

Tours second Denver Bint lieu surfacing with loan plots shorn to bo seeded 

/ 

on east, south and west aides extension desired not use loan but top grade 
these areas to within two inches contract grades and place two inch gravel 
over area (stop) Wire contractor's deduction proposal and follow vith 
signed statement. 

Received 8*50/Ajl. 

J-16-56 :.rl * 



iseil A* Biller 


H a d i o 


gram 


Washington D. C. 5*20 P.M. Sept.15,1936. 


Construction Engineer 0 v ens 
Denver Mint. 


Yours tenth Denver Bint The line to sewer connection from the waste water 
tank not required under cont actor's contract (stop) sise 6 inches. 


Received 8*30 A.M. 
^-16-36 J.K.L. 


Neil A. Miller 


Radiogram 


Washington, D. C. 4*40 P.M. Sept.15,1936. 


Construction Engineer Owens 
Denver Mint 

Yours 12th Denver Mint Satisfactory wild vault compartment doors provided 
no change contract pricey Forward contractor's statement that effect. 


Neil A. Miller. 


Received Denver 
8:30 A.M. J.K.L 


radiogram 


Denver, Colorado 
September 14, 1936 


N. S. Thompson 
Procurement Division 
Treasury Department 
Washington, D. C. 

Retel 14th. Height above floor center line of lower header 
of water grates in main boilers is two feet three inches. 


Skinner, Superintendent 


CONFIRMING 


Radiogram 


WASHINGTON, o. c. 

Slpt. 14, 1,36 - 3:27 PM 


Superintendent 
United States Mint 
Denver, Colorado 

^DVISC BY TCLCGRAU HEIGHT ABOVE FLOOR CENTER LINE OF LOWER HEADER 
OF WATER GRATES IN MAIN BOILERS DENVER MINT. 


N. S. Thompson, 


Received 

September 14, 1936 
2:25 P.M. 


STANDARD FORM No. 14A 
Approved by toe President 
March 10,1926 

TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 


Sir. Mark Skinner* 
U; S. Mint, 
Denver, Colo. 


Treasury Department 

WASHINGTON 

September 12, 1936 

Charge Treasury Department, Appropriation for 
Salaries & Expenses Mints & Assay Offices 

1937 

(The appropriation from which payable must be stated on above line) 

U «. UOTC&XIICNT PKIKTD40 omcS: IMS 2 14117 


I have secured assurance from Mr. Reynolds of Procurement Division that 
the plot of ground east of extension will be gravelled according to your desire. 


Kellie Tayloe Ross 
Director. 






ksirt, dir. 


00*01, COLO., KIRT -XTESSlQi 


RECEIVED 

SEP 10 1936 


V. K'.r CLht K 


v 7,7 AT DENVER 


MR. MARK A. SUMMER 


8, 1958 


SUPERINTZHDENT OF THE MMT 

Dt.KVER COLORADO 

RELATIVE lOTO TELBQBUI SEPTBIIB* THIRD TO DIP. CTOR OF SUIT PLUSE 
?<IR£ THIS OFFICE LTiSDlATtLX QUMO SP CIFIC INFORMATION RFC, RDDJO 
•’HAT I^TRUCTIOHS TO LOCaL COBTHACTOR ARE HEEDED. 


BALTOD C. CLARK 
TECEKICAL ASSISTAMT TO 


ASSISTANT DIRECTOR OF PROCUEOHM? 


CONFIRMATION mailed 



WCC-IIGB 
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RADI06MU 


DENVER, Colorado. 
September 1, 1936, 

0 1 RECTOR OF THE Ml NT 

Washington, D. G. 

Relit August <*jth. Contractor ready to proceed with grading, 

ETC., ON CAST SI06 OF ADDITION. |F UY (ECOUMEUUATION APPROVCO, 
PLEASE REQUEST PROCUREMENT OlVI SION TO WIRE INSTRUCTIONS tNGINECH 
Ov'CNS TODAY IF POSSIBLE. 


Hi hr i chs. Acting Superintendent. 


CONFIRMING 



DIRECTOR OF THE I* I NT 

Washington, 0. C. 

My dear Madam Director: 

l rt.VE <0 ENCLOSE LCTTEK UNDER GATE OF THE 28lH INSTANT 

from Mr. M. h. White, Superintenoc <t of M, chinny at this 

UUIwkIHG RLLATIVE TO THE SF/-CL ro THE .AST jF THE ADC IT ION TO 
THIS SOlwOl.ia WHIG . THE PL *NS SOW EQUIRE BE SOWN WITH GRASS, 

AJD WOUuO EARNESTLY RECOMMEND THAT MR* WHITE*S SUGGESTION TO 
SUBSTITUTE GRAVEL BE T5DPTCD A uE I *46 *ORC PRACTICABLE and THE 
MEANS OF SAVING EXPENSE. 

In view of thi fact that the contractor is now READY TO 

PROCEED V. ITHJpNOITIOMNG THE S^Cf IN QUEST ION, I OULD GREATLY 

appreciate jjmw taking this up with the Procurement Division at 

THE EARL I Hr POSSIBLE MOMENT,AND REQUEST THAT INSTRUCTIONS BE 
SENT BY WIRE TO THE ENGINEER IN CHARGE IF THE CHANGE RECOMMENDED 
IS APPROVED. 


Respectfully, 

Mark A. Skinner, Superintendent 
By 


acting Superintendent 


Enc. 


August 28, 1936. 


fcr. Oscar Hlnrlchs, 

Acting Superintendent, 

United States Hint, 

Denver, Colorado. 

Dear Sir*- 

I deaire to call to your attention Grass Plot as shown 
on Approach Plan No. 1-1, Facing Cherokee Street of nev addition* 
rhe specifications show this space to be surfaced with 
6” of the best loam obtainable, and then sowed to grass. 1 would 
recommend that this top soil be omitted. The grade should be 
carried up to within one inch of grade and then levelled off to 
proper grade with pit run gravel. 

If this space is sown with grass as now contemplated, 
the services of an additional janitor would be required to irri¬ 
gate and cut such grass. 

Respect ftilly. 


M. H. 1HITK, 

Superintendent of Ifechinery. 


S. C. Form No. 7 


Signal (Enrpa, Initeii States Armg 


Strmtrr b at 


RADIO STATION WTS 
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WASHINGTON DC 1036A SEP 8 1936 


SKINNER 

SUP U S MINT DENVER COLO 

RELATIVE YOUR TELEGRAM SEPTEMBER THIRD TO DIRECTOR OF MINT PLEASE 
WIRE THIS OFFICE IMMEDIATELY GIVING SPECIFIC INFORMATION REGARDING 
WHAT INSTRUCTIONS TO LOCAL CONTRACTOR ARE NEEDED 

WALTON C CLARK TECHNICAL ASST TO ASST DIRECTOR OF 
PROCUREMENT 

939A 


TELEPHONED 959AM WA/H 





♦ w 





Washington, D. C. Sept. 8, 1936. 
10t36 A.M. 

Supt. United States Mint, 

Denveri Colo. 

RELATIVE YOUR TELEGRAM SEPTEMBER THIRD TO DIRECTOR OF THE MINT* PLEASE 

.VIRE IHIS OFFICE UliEDIATELY GIVING SPECIFIC INFORMATION REGARDING WHAT 

INSTRUCTIONS TO LOCAL CONTRACTOR ARE HEEDED. 

(Signed) WALTER C. CLARK, 

Technical Assistant to 
Assistant Director of 
Procurement. 


Washington D* C* 9 
1;05 P. M. 9/12/36 
U* S* Mint, Denver* 

I have secured assurance from Mr.Reynolds of the Procurement Division 
that the plot east of ertention will be graveled according to your 
desire* 


T* Ross* 


Denver, Colo. September 8, 1936 


Walter C. Clark, 

Technical Assistant to Assistant 
Director of Procurement, 

Washington, D.C. 

RETEL SEPTEMBER EIGHTH. BURKHART & SONS, CONTRACTOR FOR INSTALLATION 
OF DOORS ON WELTER & REFINER'S COMPARTMENTS IN WORKING VAULT RECEIVED 
ACCEPTANCE OF CONTRACT THIS MORNING. NO FURTHER INSTRUCTIONS REQUIRED 
AT THIS TIME. 


SKINNER, SUPERINTENDENT 


Washington, D. C. Sept. 8, 1936. 
10:36 A.M. 


Supt. United States Mint, 

Denver, Colo. 

..ELAriVE YOUR TELEGRAM SEPTEMBER THIRD TO DIRECTOR OF THE MINT, PLEASE 

WIRE THIS OFFICE IMMEDIATELY GIVING SPECIFIC INFORMATION REGARDING WHAT 

INSTRUCTIONS TO LOCAL CONTRACTOR ARE NEEDED. 

(Signed) WALTER C. CLARK, 

Technical Assistant to 
Assistant Director of 
Procurement. 


Radiogram 


Denver, Colorado, September 3, 1956* 


Director of the Mint 
Washington, D. C, 

Local contractor has had no instructions from Procurement 
Division regarding installation of doors on Melter and 
kexaxim: Refiner’■ compartments in *orking vault. 

This prolonged delay is seriously hampering our operations 


Skinner, Superintendent. 



(COPY) 


Washington, D. C. Sept. 8, 1936. 
10.36 A.M. 


Supt. United States Hint, 
Denver, Colo. 


-JSLATIVS YOUR TELEGRAM SEPTEMBER THIRD TO DIRECTOR OF MS MINT, PLEASE 
-‘/IRS THIS OFFICE IMMEDIATELY GIVING SPECIFIC INFORMATION REGARDING WHAT 
INSTRUCTIONS TO LOCnL CONTRACTOR ARE NEEDED. 

(Signed) WALTER C. CLARK, 

technical Assistant to 
Assistant Director of 
Procurement* 


RAD IOGRAM 

Denver, Colorado. 
September 1, 1936. 

Director of the Mint 
Washington, D. C. 

Relet August 29th. Contractor ready to proceed with grading, 

ETC., ON EAST SIDE OF ADDITION. |F MY RECOMMENDATION APPROVED, 
PLEASE REQUEST PROCUREMENT DIVISION TO WIRE INSTRUCTIONS ENGINEER 

Owens today if possible. 


f 

CONFIRMING 


Hi nr i chs, Acting Superintendent. 



EepUaber 2 f 1*56. 


Mr* Janes D* Owens 

Construction Engineer la 
Charge of Operation*. 
Denver, Colorado* 


Deer Slri 


I us eaoloilii| here ith a attar froa Mr* i«.K»White» 
Superintendent of Building end U&chlnnry and X desire to 
recowsend that the comer of the wall *it the intersection 
Of the south well end the driveway and the west wall and 
the turnaround be rounded ss recowended by his letter* 

Respectfully*, 


Has L 

fnc 


Mark a. Skinner* Su trlntendont* 


Denver, Colorado, 


C 


P 

y 


September S, 1936, 


Mr. Mark A, Skinner, Superintendent 
United States Mint 
D nver, Colorado, 

Dear Sir* 

The south and west wall of the turnaround in 
driveway is now f inished twith a square corner. This makes 
a bad condition in turning trucks in turnaround, 

I would therefore recommend that a radious of 9" 
at bottom and 5" at top be cut. 

Respectfully 


M. H. White 

Superintendent of Machinery. 


8. C. Form. No. 7 


digital (Harps, Httiftii Staffs Army 

Emitted at foJj10 STAT1 °“ its 

FT. DOGAS, COLO, 

__ e3—9501 rtM tuiimnumw omn 

25iWB WA 56 TRSY 

x y 

WASHINGTON DC 4-26P AUG 25 1936 
CONSTRUCTION ENGINEER OWENS 

U S MINT DENVER COLO 

nEFER lNCE CONTRACT DENVER MINT SATISFACTORY PERMIT CONTRACTOR USE 
SUFFICIENT HARD STONE F^:OM THIRD CAR TO COMPLETE ANALYTICAL LABORATORY 
GNLY pr OVIDED OF COURSE NO STONE TO BE USED WITH RANGE MORE 
1 ' nt ‘ PO I NTS IN HARDNESS STOP BALANCE STORE SHOULD BE 

REMOVED FROM SITE AND REPLACED WITH NEW STONE OF SAME 
HARDNESS AS FIRST AND SECOND CARS 

C H BRANSCOMBE ACTING SUPERVISING ENGR 
446 P 


PHONED SO 5 A AUGUST 26 T" LM/ BY FH/ 


HZCEIVEu 

AUG 28 1930 

« HS 9St, 










UH3hingt n, 4:40 P.H* 
G/25/36 

Construction Englnner Owon, 
'tint, Denver, 

t»tB«nn a Br:air»pirtFt 


RFCEIVFr 

• ■•rnr- »* -■ Jl 


AUG 23,1836 

oitiEF CL-ERK 

u. S' mi at mm 

V.u I33i)ia 


Reference Contr act Denver Hint satisfactory penal t contractor use 
sufficient hard stone from 3rd car to complete analytical laboratory 
only, provided of course no stone be used with range acre than 8 points 
in hardness* top* Balance stone should be removed from site and 
replaced with new stone of same hardness as 1st and 2nd cars* 


C* H* Branscombe, 
Supervising linginoer* 






COPY OF CHECK DRAWN ON 


treasurer of tfjc Untteti is>tate$ <wi 

(FOR FILE OF DISBURSING OFFICER) 

« 


Symbol 95-144 

N? 1339792 

COPY OF CHECK DRAWN ON 

treasurer of tfje ©ntteb States imi 

(FOR FILE OF DISBURSING OFFICER) 


RAD IOGRAM 

Washington, U. C. 

August 20, 193b - 4:54 PM 

Construction Engineer Owens 

Youks 17th D-Nvlr Mnt. You authorized to accept remoocling 
CONTRACTORS FIGURE $247.30 ADDITIONAL WITHOUT FURTHER MODIFI CATtON ITS 
TERMS EXCEPT TIME FOR INSTALLATION NEW PLUMBING FIXTURES; T. O ^OMP N- 
SATING DAYS TIME APPROVED. FORWARD FORMAL PROPOSAL. 

Reynolds. 


Ricei V^-D 
August 20, 1936 
4: 25 P.M. 


H. C. Form No. 7 


Signal (Enrpa, Ittifrii ^tat?a Armg 


Emin.* at ^ I0 , ^3 Ior ’* T s 


i’T. LOGAN, COLO. 


25WVB B 39TRSY 

WASHN DC 454P AUG 20 1936 
CONSTRUCTION ENGR, OWENS 


c?M)801 o. ^ oo TBu rym hwt bw omcc mo 


19 


MINT DENVER COLO 

'■3URS SEVENTEENTH DENVER MINT YOU AUTHORIZED ACCEPT REMODELING CONTRACTORS 

FIGURE TWO HUNDRED FORTY SEVEN DOLLARS FIFTY CENTS ADDITIONAL WITHOUT 

FURTHER MODIFICATION ITS TERMS EXCEPT TIME FOR INSTALLATION NEW PLUMBING 

FIXTURES WITH TWO COMPENSATING DAYS TIME APPROVED FORWARD FORMAL 
PROPOSAL 


W E REYNOLDS 

413P 


'received 

AUG 22 1936 

ij. 8. MINT AT 


PHONED 414 p AUGUST 20 TO H/ BY FH/ 









RADIOGRAM 


VV/SHiNGTON, D. C. 

August 17, 1926 - 4:45 PJ& 


Construction Engineer Owens 
United States Mint 

ENVCR, COLORADO 

Youks 11th Denver «*int. Satisfactory peruit contractor to proceed 

WITH INSTALLATION COVER BASE PROVIDED NO PIECE LESS Trt/N HARDNESS OF 15. 

Suggest you continue test on stone in third car to determine the percentag 

OVER 26 HARD WITH IOEA OF PLACING HARO STONE TOGCTHr R IN SEPARATE LOCATION 


C. H, Branscombe. 


Received 
August IB, 1936 
9:05 A.M. 


TWn 03Tim» TO3 *0 WIWW3*» 

(SPI'CIO OHITMUODOA JM».J*S© HOH) 

Uastdnftten, D, 0« 

1:20 P. U, B/lr/Zt 

Hr, oeona, 

■and rubbed finish lieu honed finish soap-stone floor desired Dearer Kint. 

41 Moriv 

Liubmlt Oontmotor’o proposals, 

£008$ VK 

MO MWAflO >403HO *IO YSOO 

4 

'«> (folinlS Tdi lo i m,I 

ODmO OHITV1UOODA JAftTMlO WOT* 


NL/ieauiuTr m irje mtmea s&txtes 1551 

(FOR GENERAL ACCOUNTING OFFICE) 


Symbol 95-10' 

* J 

N? 280027: 

COPY OF CHECK DRAWN ON 

®r£flsittrtt of tfjc Umteb l&tofcg 15-51 


(FOR GENERAL ACCOUNTING OFFICE) 


RADIOGRAM 


Washington, D. C. 

August 10, 1936 - 3:30 P.M. 


Construction Engineer Owens 
/ 0 United States Mint 
Denver, Colorado 

Referring contract Denver mint. Information indicates second and 
third cars soap stone rejected by you* Advise details by wire. 


G. R. Roberts, 


Received 
August 10, 1936 
2:40 P.M. 


S. C. Form No. 7 


Signal (Enrga, Initrii #tat?a Armg 


Umtneii at 


tu-JjJLO STATION 'W T S 

FT. LOGAN, COLO. 


c3—9501 


u. s. MTicmro nomxo o rrtrw: r 


36 WV B AX 46TRSY 


19 


WASHINGTON DC 544PM AUG 5 1936 


CONST ENGR OWENS 


US MINT DENVER COLO 

YOURS JULY TWENTY EIGHTH DENVER MINT PROTECTIVE WORK WIRE CONTRACTORS 
PROPOSAL AND FOLLOW BY THEIR SIGNED STATEMENT TO HAVE BRACKET 
FIXTURE CONSTRUCTED BY LOCAL MANUFACTURER AS SOLID UNIT WITH CAST 
CANOPY SO DESIGNED AS TO PERMIT ACCESS TO WIRING CONNECTIONS 
MAINTAINING DESIGN AND MEETING SPECIFICATION REQUIREMENTS. 


439PM 


EARL H LUND ASST. 



PHONED 927 A AUG 6 TC H/ BY FH/ 





Radiogram 


Washington, August 6, 1336, 
5:44 P.M. 


Construction Engineer Owens 

Yours July 28 Denver Mint Protective Work. Wire Contractor’s proposal 
and follow by air at.il signed statement to have bracket fixture constructed by local 

manufacturer as solid unit with cast canopy, so designed as to provide access to 

' 

wiring .connections, maintaining design and meet' specification requirement^, 


E rl H. Lund 


e. Form No. 7 


l&mroefc at 


Signal (Eatps, States Armg 

HAD 10 STATION WTS 
FT. LOGAN, COLO. 


WASHINGTON DC 139P AUG 4 1936 
CONSTRUCTION ENGINEER OWENS 


U S MINT DENVER COLO 

WIRE WHETHER EXTENSION DENVER MINT WILL ACTUALLY BE READY FOR 
OCCUPANCY FIFTEENTH 

R H GRIFFITH 

1249P 


PHONED 1251 p AUG 4 T0 LM/ BY FH/ 


R ECE/VFr 

5 - m ' 

* * «■ 






I*. U. l"orm No, 7 


Signal (Corps, Ittttrd #tatrs Armg 


ffiemttrii at 


iudJlO STATION W T B 
FT, LOGAN, COLO. 


o.*1—9501 


23WVB WA 39 TRSY 1 EX NITE 



19 


WASHINGTON DC 401P AUG 4 1936 

CONSTRUCTION ENGINEER OWENS 

U S MINT DENVER COLO 

YOURS JULY TWENTY EluHTH DENVER MINT OUTLETS ARE TO BE 
INITIALLED FOR THIRTY FIVE WATCHMENS STATIONS AND TWO ARMED GUARD 
STATION AS SHOWN ON CONTRACT DRAWINGS STOP SWITCHBOARD EQUIPMENT 
WILL BE DESIGNED TO TAKE CARE OF THESE STATIONS 


C H BRANSCOMBE 

239 


& 


PHONED 242 P AUGUST 4 TO H/ BYff FH/ 


RECEIVED 

AUG ! 0-,f 5 

urllEF CLEKK 

U. S. Itm AT DEMITER 







Washington, D. C 


August 4, 1326 4*0} P.M. 


Construction Engineer Owens 
Denver, Colorado. 

lour* July 28th. Denver Mint outlets ere to be initialled for thirty-five (55) 
watchmen's and two (2) armed guard stations as shown on contract drawings. 
Switchboard equipment will be designed to take care of these stations. 

C. H. firanacombe. 


Denver 

2*50 f.M. 


'f«i OSJWr 3(0 K T 7' r ? , }J5T'iy 

<301330 OMfTHUOOOA JAf!3*:20 H03) 

WASHINGTON, D. C«, 

Is39 P* H* AUGUST 4 , 

CONSTRUCTION «NGINEER 0»CN* HENVER• 

HIRE WHETHER EXTENS IOM DENVER MINT WILL ACTUALLV BE READY FOR 
OCCUPANCY I5TH* 

VM 

R* h* Griffith* 

HO HWAfia XO3HO YlOO 

fe-es fe3)S)<^ d3)m© 3(1) io 131US5B31® 

<301330 OH.TMUOOOA JA33M3D R03) 


>1*36 lodnnS 

CC008S 


mwasuro oi ujt camreo states 

(FOR GENERAL ACCOUNTING OFFICE) 


NV 

COPY OF CHECK DRAWN ON 

treasurer of tfje Unttefc States? 

(FOR GENERAL ACCOUNTING OFFICE) 


15-51 


Symbol 95-10' 

280033 

15-51 


July "9, 1936. 


Supef visi <ig Architect 
Procurement Division 
°ubl ic Buildings Branch 
Treasury Department 
Washington, D. C. 

Dear Sir: 

As requested in your letter of the 20th instant (PB-SA-Mt), I 

AN HEREWITH ENCLOSING COMMUNICATION OF Mr. M. H. WHITE, SUPERINTENDENT 

of Machinery at this building supplying the information requests by 

YOU RELATIVE TO THE INSTALLATION OF TWO 75 K.W. MOTOR GENERATOR SETS 
IN THIS MINT, WHICH I TRUST WILL BE SATISFACTORY. 

In THIS CONNECTION I r'M ENCLOSING A COPY OF A LETTER ADDRESSED 

to Mr. Wh ite by the Public Service Company of coloraoo unoer date of 
October 17, 1934 relative to the purchase of these generators, the 
original of which letter was handed by Mr* White to Mr. M,.nd of your 
office during his last visit to this building. 

Respectfully, 

Mark m. Skinner, Superintendent 
By 

Acting Superintendent 


lnc. 


PUBLIC SERVICE COMP-NY OF OLORrJDO 


Denver, Colorado, October 17, 1934. 


Mr. I. H. White 
Supt, of Machinery 
United States Mint 
Denver, Colorado. 

Dear Sir* 


a cc°rdancQ lY ith y 0ur request, we ere enclosing, 
herewith, a blue print showing the plan of bringing u four- 
wxre service to the Mint Building, This blue print also shows 
the dimensions ior a motor generator room in case you decide 
-o supply your D. C. requirements in this manner. 

. . . Th f P resent overhead system no/ serving the building 
be J replaeed ^ u new four-wire, three ^hase, 120/208 volt, 
light and yower service from the network system. The blue print 
shows the approximate location of the underground duct carrying 

this not Aortr^ ao J ® 


If the Government should decide at this time tompur- 
chase motor generators and buy only A.C. service. The Public 
service Company will pay One Thousand Dollars (#1000.00) in 
casn toward the purehaa e of the motor' generators and in addition 
-ill, at no expense to the Government, install kkbs^B^HaDtexgranad 
xxmsax the new four-wire underground service. The cost of 
extending this new underground service amounts to #1.848.00 coverinr 
cable, duct line, and cable terminal box. 


• 4 - Th ° Gove '' nment rould he required to x; nd the necess ry 

wiring from the cable terminal box to the terminal switch board, 
actfor generator sets and other equipment in the building. It would 
also be necessary or the G veroment to install a 238/2300 volt 
trunslormer to take cere of the present 2300 volt regulator on 
the second floor. 


A ®P aCe °f 24 " x 72* should be provided on the main 
switch board to carry the company i.eters and curreet colls. 

We ill be pie s d to supply any further detail 
which you nay require# 


Very truly y uru. 


GWT/m 

Enc. 


Signed- PUBLIC SF VICF C0MPAUI OF C0L0IL DO 
G. . Thomas Mgr., 

Powe Sales Division. 


COPY 


July 20, 1936 

Hr. Oscar Hinrichs 

Acting Superintendent, U. S. Hint 

Denver, Colorado. 

Dear Sir; 

In answer *to letter PB. SA. HE. In reference to the proposed 
installation of two Motor Generator sets for the Denver Mint, these sets 
should not he less than 100 X.'.V. each. 

?he Horse Power connected load is 907-3/4 H.P. as shown by De¬ 
partments as follows: 


Coining Room 

D.C 

. Motors 

Connected 

Load 

Boiling Boom 

ri 

Vf 

ft 

tf 

tt 

Adjusting Boom 

ft 

tt 

ft 

ft 

tt 

Bleaching Boom 

ri 

ft 

ft 

ft 

tt 

Ingot Melting Bn. 

ft 

If 

rt 

ft 

tt 

Assay Department 

ri 

tf 

tt 

tt 

tt 

Boiler Rm. & Pumping 

P." 

t» 

tf 

tt 

tt 

Sweep Cellar 

tf 

ft 

tt 

ft 

rt 

Exhaust Pans 

ft 

ft 

tt 

ft 

if 

Elevators 

if 

ft 

tt 

ft 

tt 

Refinery 

rt 

ft 

tt 

ft 

tt 

Machinery Department 

rt 

ri 

tt 

'• it 

Total 

The D.C. Power Demand 

have been 

taxen 

from 

our m 


85-3/4 H.~. 
345 » 

3 

35 " 

28 » 

30 '• 

57 " 

26 

10 " 

98 

130 " 

60 » 


907-3/4 


they are as follows for 15 minute integrated demand. 


Month 

1936 

1935 

1934 

Jan. 

187.7 

176.9 

72.4 H.P 

Feb, 

193.0 

137.7 

72,. 4 

Mar. 

201.1 

160.9 

69.7 " 

Apr. 

198.4 

174.3 

75.1 » 

May 

139.4 

193.4 

112.6 

June 

126.0 

185.0 

126.0 



' Pace - 2 - 



i'onth 

1936 

1935 

1934 


July 

- - - 

211.8 

163.5 J 7 .P 


Aug. 

- - - 

201.1 

195.7 


Sept. 

... 

198.4 

201.1 


(J)ct. 

- - - 

187.7 

225.5 


Eov. 

... 

195.7 

222.5 


Dec. 

... 

174.3 

209.1 " 

Voltage 

208 to 120 

Volts 

three phaEe 

- A.C. 

Voltage 

of Direct 

Current 

should be 

230 Volts. 


Very truly yours. 


X. H. ,7hite, 

Superintendent of iiachinery. 






•" TREASURY DEPARTMENT 


WASHINGTON 

July 20, 1936. 


DENVER, COLO., MINT 


PROCUREMENT DIVISION 
PUBLIC BUILDINGS BRANCH 


IN REPLYING QUOTE THE ABOVE SUB 
JECT. BUILDING, AND THESE LETTERS 


PB- SA-ME 


Superintendent of Mint, 
Denver, 

Colorado. 


Sir: 


__ „ J n connection with the proposed installation of two 
75 K.W. motor generator sets in the United States Mint 
Denver, Colorado, the records of this office show a 88* 

horsepower maximum demand and 216 horsepower connected 
load. 

Please verify the above data and forward a statement 
of direct current power requirements, in order that size 
of new units may be determined. 

By direction of the Supervising Architect, to whom 
your reply should be addressed. 


Very truly yours 



Superintendent, 

Mechanical Engineering Section 



July 29, 1936 


Mr. Jmes B. Owens, 
Construction Cnginccr 
United St-tes Mint 
U-nvk?, Colorado 

Dear Si s: 


He REV ITH y>u will 

FIND A LETTER FROM "R. M. H. WHITE, SUPEMW- 

tendcnt or Machinery, at 

TNIS BUILDING, DATED THC 2oTH INSTANT, IN 

WHICH lie CiLLr. ATTENTION 

TO A DISCREPANCY BETWEEN THi. NUMBER OF W.’-TCIt 

man’s STATIONS SPECIFIED 

IN THE SPECIFICATIONS AND THE NUMBER SHOWN 


ON THE PLANS FOR THE ADDITION TO THJ5 BUILDING. I WOULD PECOMMENO 
THAT 37 STATIONS BE INSTALLED AS SHOWN ON SAID DRAWINGS AND AS SUG¬ 
GEST ID by Ui“ White, and peluest that the neck's ary l.teps be taken 


ACCORDINGLY. 

Respectfully, 

Mark A. Skinner, Superintendent 


By 


acting .Superintendent 



July 23, 1936 


Hr. Oscar Hinrichs 

Acting Superintendent, U. S. Hint 

Denver, Colorado. 

Dear Sir: 

In reference to Protective work at tnis institution, 
tnere appears a discrepancy between the watchman’s stations 
specified and that required by the plans. Specifications call 
for tnirty-three stations and plans show thirty-seven stations. 

I would request that thirty-seven stations be installed 
as shown on drawings. These stations will be desirable as they 
take the Guard to all parts of fche building. 

Very truly yours, 


M. H. White, 

Superintenuent of Machinery 


C. Form No. 7 


Signal Corps. Hmtrii i^tafra Armg 

fiADIO STATION WTS 

l&rmtirh at ft. logan, colo. 

- - ■ ------ 1 1 o3—0501 p. b, w t iwmb it wnmw orrtoni iw> 

20WVB AX 60TRSY 19 


WASHINGTON DC 339PM JUL 24 1936 


ENGR OWENS 

US MINT DENVER COLO 

YOURS TWENTY THIRD DENVER SATISFACTORY PERMIT CONTRACTOR PROCEED WITH 
INSTALLATION SOAPSTONE AS REPRESENTED BY TESTS COVERED YOUR WIRE STOP 
IN VIEW IMPORTANCE OBTAINING UNIFORM HARDNESS STORE FOR THESE FLOORS 
^ CHECK TESTS TO BE RUN OCCASS I ONALLY 0N BALANCE STORE IN CAR 

AND ANY STONE VARYING OVER FIVE POINTS FROM DETERMINED AVERAGE 
SHOULD BE REJECTED STOP TESTS ON COVE BASE NOT IMPORTANT. 

MELICK. 

258PM ^r: \\j w** 



o 

w\\ 

o'** 




u. 






jv-' 

At Ul 










RADIOGRAM 

Wash I NOTON , U. C, 

Construction Cnqinecr Owen JulY 4 * ^36 - 3:39 PM 

% United States Mint 

Ui NVER, COLORADO 

Y.jums 23rd Denver Mint. Satisfactory permit contractor to pkoccco 

WITH INSTALLATION SOAPSTONE AS REPRESENTED BY Tt STS GATHERED YOUR WIRE. In 
VIEW OF THE IMPORTANCE TO OBTAINING UN HORN HARDNESS, STjNC FOR THESE FLOORS 

*.r" m$ ' £ 

CHiCK TESTS TO BE RUN OCCASIONALLY ON BALANCE IN CAR AND ANY VARYING OVER 

» IV! POINTS FROM DETERMINED AVERAGE SHOULD BE RECHECKCD. CHECK ON COVE BASE 
NOT IMPORTANT. 


Mi ll i ok. 


Ktoeivi D 

July ?A , 19JJ. 

3:43 P.M. 


15-51 


treasurer of tfje tHmteb States; 

(FOR FILE OF DISBURSING OFFICER) 


Symbol 95-121 


N? 1132337 

COPY OF CHECK DRAWN ON 

treasurer of ttje Untteb States 15-51 

(FOR FILE OF DISBURSING OFFICER) 


STANDARD FORM No. 14A 
Approved by the President 
March 10,1926 


Via Government Facilities 

Treasury Department 

WASHINGTON 


telegram 

OFFICIAL BUSINESS—GOVERNMENT RATES 


Superintendent, 
United States Mint, 
Denver, Colorado, 


\ A 

\ 




Charge Treasury Department, Appropriation for 
Salaries and Expenses, Mints aau Assay 

(The appropriation from'whrch'paynbie must'be atated on above lirier 


s 


^v‘ 


y 


& 




“ 


OOVEBKSENT PUXTIKO OFTirc 


2—14117 






& 


ioplying to your wire o* today PlMranl Division advises that plan* 


end spec! fi cations for comportment ail! be invited locally. Construction 
engineer in ’.enver instructed by Proeure-aent Division today. Flense confer 


with him. 


0*R*d 


M. M. 0 # H£II»2jY 
Acting Director of ti;© Mint 








Q. C* Form No, 7 


Signal Cnrpa, Irntrii States Anttg 

~ rt . v . - - o'i AT 1 <N W T S 

at F' p . LOGAU, COLO. 


c3—"0501 p. ». oot uxm cht nnmwo omcw: im 


20 VS FH 49 TRSY i cv k i 19 

1 EX NL 

■"AS-! I MOT ON DC 308 P JULY 17 1936 

CONSTRUCTION ENGR 0 ,r ENS 

US MINT DENVER COLO 

YCURS JUNE F^URTh AND JULY F r URTE ENTH AND OFFICE TELEGRAM 
JULY FIFTEENTH ALL REFERENCE COMPARTMENTS DP r RS VAULTS n\ DENVER 
MINT DRYINGS AND SPECIFICATIONS BEING SENT Y r U AIR MAILTo ~BT*IN 
C r MPETATlVE SIDS IN USUAL MANNER AND INVITE PRESENT CONTRACTORS 
AND other FIRMS PERFORMING THIS KIND OF WORK TO '-ID 


PHONED 802 A JULY 18 BY FH/ 


G R ROBERTS 






Radiogram 


Denver* 


Colorado, 


20, 1956. 


Director of the Mint 
Washington, D. G. 

flans and specifications for doors and panels in H & II working vault 
received by Construction Engineer. Design to be constructed ol do. 6 wire 
with a two inch mesh. This constmetion wholly inadequate and. oi no value 
and will be a waste of money to install,inasmuch as wo have thousands of bars 

enough to pass through a mesh of this size. Solid panels and doors, 
sane as installed in 3 ub*^>as 6 siBnt vault Mo. l,much preicrrcc. 

If funds are not available for this type of construction and vdre mesh 
must be substituted it should be not less than ho. 10 steel wire with not over 
5/8 inch mesh. 

Doors should be reinforced with adequate diagonal bracing to stiffen 
them in order to stand constant use to which they will be subjected. 


Skinner, Superintendent. 


CONFIRMING 


radiogram 


WASHINGTON, B. C. 

July 27; 1936 - 5:40 PM 


Construction engineer Owens 
^ United States Mint 

Denver, Colorado 0( Ijfte SJUItEp IMI 

Reference contract Denver supplementing office v ire July 24. These 

SHOWN YOUR WIRE JULY 23RD FROM MIMIMUM TO MAXIMUM HARDNESS SHOW EIGHT POINT , > , 

RANGE IN LIEU FIVE POINT PERMITTED IN CONTRACT. On CHECK TESTS BALANCE CAR 
NO STONE TO BE PERMITTED SHOWING LENGTH OF CUT LESS THAN 2.1 MILLIMETER OR 
LONGER THAN 22.5 MILLIMETER - ALL OF ABRASIVE HARDNESS LESS THAN 18 OR MORE 

THAN 26. 

Mellick 


(LOB CEMEBVr VCCOrMAfUO OLE.ICE' 

$wj$nut o( tpc fipit&p i«i 


Received 
July 28, 1936 
9:05 A.M. 



15-51 


fEreasiurer of tfje Winittb States! 

(FOR GENERAL ACCOUNTING OFFICE) 


N? 

COPY OF CHECK DRAWN ON 

treasurer of ti)e fHntteb States 


Symbol 95-121 

1132327 

15-51 


(FOR GENERAL ACCOUNTING OFFICE) 



OFFICE OF 

DIRECTOR OF THE MINT 

IN REPLYING QUOTE INITIALS 


Superintendent, 
United States Mint, 
Denver, Colo. 

Dear Sir: 


TREASURY DEPARTMENT 

WASHINGTON 


July 15, 1936. 


RECEIVED 

JUL 17 19?Q 


‘ 'i r. r Ci_ f L » 

u ' * MKT AT nernn 


Please be advised that contract No. Th n-2 has been assigned (f \ 
to the contract with Francis J. Kirchhof, for installing additions 
and making alterations for protective work in the Denver Mint, in 
the sum of $37,000.00. Any vouchers or correspondence pertaining 
to this contract should carry this contract number. 

Yours truly. 

Acting Director of the Mint. 


F-S 



RAD I OGRAM 


Denver, Colorado 
June 22 , 1956 

* '•* ir 

Director of the Mint 

V'ASHINGTON, D. C. 

I AM INFORMED THAT CONTRACTOR WILL WITHDRAW BIDS FOR BLOCKING 
WINDOWS FROM INSIDE TODAY AND IT WILL B£ NECESSARY To SUBSTITUTE 
ALTERNATE BIDS FOR BLOCKING FROM OUTSIDE. 


CONFIRMING 


Skinner, Superintendent 


RAD I 0 G R A W 


Denver, Colorado 
June 18, 1936. 

Director of the Mint 

Washington, C. C. 

Amended proposal by contractor for blocking windows forwarded 
Tuesday. Approval not yet received. . 


Skinner, Superintendent. 


CONFIRMING 


0* R/eh 




Via Governnsnt Facilities 


STANDARD FORM No. 14A 
Approved by the President 
March 10,1926 


Treasury department 

WASHINGTON 

June 15, 1936* 


TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 


Charge Treasury Department, Appropriation for 
Salaries and Expenses, Hints end 
Assay Offices, 1936* 

(The appropriation from which payable must be stated on above line) 

C- a QOTEBjnCDTT HUXTIXO OTTlCXl JKU 2 - 14117 


Suporintondent, US Mint, Denver, Colo. 


Procurement Division telle ®e approval blocking windows given days ago SiDP 
Hr. Clerk will wire you today. 


Nellie Tnyloe poas. 
Director of the Hint. 


p x cOe»^ /r: 

ju;i I - ’ 


) 


Ci-Vi 

0, 8. BINT 


glehk 

AT OENVB 







WASHINGTON D. C, 
5:03 P.M. 6/15/36, 


cf/bfn 


CONSTRUCTION ENGINEER OWEN, 

yours 4th Denver mint wire contractors revised proposal for closing 5 windows 
1st floor adjacent new vault with plain panels of concrete properly reinforceo 

AND WITH RUBBED FINISH PAINfED. STOP. PANELS TO LINE WITH WINDOW BOXES 
LEAVING PRESENT GRILLS IN PLACE, 


G. r. Roberts* 


RAD IGGRAM 


WASHINGTON, D. C. 

June 15, 1936 - Is 13 P.M 


Construction Engineer Ovens 
United States Mint 
Denver, Colorado. 

Wire whether Mint builoing will actually be reaoy for 
osgupa jcy July first. 


R. H. Griffith 


Keceiveo 
June 15, 1936 
12;42: P.u. 



July 18, 1986. 


/ 


'A» . 






Director of the Mint 
Washington, D. G. 

Ity dear Madam Director* 

Herewith I aa enclosing copy of letter which has been 
delivered to Mr. Janes D. Owens, Construction Engineer in Charge 
of operations, referring to guard control «yatcm to be installed 
in our institution. I a* also enclosing copy of outline of the 
syste* preferred, which was delivered to us by Messrs. Spink and 
H*:na at the tine they visieted our institution, at which tine I 
explained to then that I was nuch more interested in an up-to- 
gate guard control systen than I was in other protective device, 
which they wished to installs in ny judgnent, the safety of 
tills institution. In the last analysis, rests upon the guard 

force. What we are asking for is what is known as Grade A Watchnan 
Control Efcraten. 


Respectfully, 


®*rk A. Skinner, Superintendent. 


Faca- 



(COPT) 


June 27, 1936. 


Ur. Janes B. Owens, 

Construction -ngineer, 

In Charge of Operations* 

Denver, Colorado. 

Dear Sir‘- 

At the first discussion relative to various protective devices to be 
installed at the Denver Mint* a modern and up-to-date Guard Control System sas 
outlined and considered. I now find that the Control System under contract is 
obsolete - and of slight improvement upon the system now in use2 

^ finely convinced that the installation of any system other than 
a modern up-to-date system) with a control board* with inter-communication from 
the board to the guard on patrol, and from all patrol stations to the Control 
Board, would be a waste of money and add nothing whatever to the security of 
this institution, for with a system of this character fewer guards can offer 
much better protection than could a larger force of guards operating under the 
obsolete system contemplated. 

It is my Judgment that the inter-communicating system with a control 
board is vital to securing a maximum of protection to this institution! for the 
fores of guards on duty in ths building could very quickly be concentrated at 
tuty poxnt oi Lhruutoned danger * while with the system under contract it would 
be utterly impossible to reach them from ths Guard Control hoomf and I must 
earnestly recommend that this obsolete system be abandoned, and arrangements 
made for the installation of a modern, up-to-dete, Guard Control System. 

Respectfully, 


MARK A. SKINNER, 8UPBRINTRNDENT. 


RADIOGRAM 


Washington, U . C. 

July 16, 1936 - 4:32 PM 


Construction Engineer Owens 
% United States Mint 
Denver, Colorado 

Full size detail will not be furnished for itc>is referred to in 
yours 14th. Sash, doors and trim are to match those in adjacent location. 
See notes on contract drawing 1-4. 


Mellick 

Supervising Engineer. 


Received 
July IB, 1936 
9:10 A.M. 


15-51 


treasurer of tf)e Unttcb States 


(FOR FILE OF DISBURSING OFFICER) 



N 


Symbol 95-121 


NV 1132452 

COPY OF CHECK DRAWN ON 

treasurer of tfje Umteb States! iw 


(FOR FILE OF DISBURSING OFFICER) 




t 




s\ 


J\u# le, US8* 


Mr* Jaw*8 D* Owens 

Construction Engineer 
in Charge of Opor?.ti:>n* 

Denw, Colored©. 


D**r fiiri 


I an enclosing herewith letter directed to ;ne by 
Superintendent of Building and 4i.-cUinery, *r„ Marshall K. 

VdU» 

I deoxre to recoancnri the cllsdxuttionof the terra- 
cotU >«Ua aa raqnaatad, „ « may at aawtUa banoao ha 0 .»- 

*“ r/ u pii»* <ad oooduits, „»! tha cosatructioa of 

theao valla aoulc art aaterlaUy to the coat, aa wall *, 
wiiciag inspection impossible. 

Respectfully, 

M-irk a. Skinner, Superinteni tent* 


JiUjr It, 1956. 


Skinner, Superint «nf ent, 

United States Mint 
Denver, Colorado. 

Osar Mr. Skinner:. 

I desire to re com end that the terracotta »11 
at east uad woet end& of mult be Quitted fro* top of mult, 
^8 this apace must be left for inspection. 

fiespectfuily, 

M. H. White. 

Supt. Building & Machinery. 


S. C. Form No. 7 


Stmiaeh at 


Signal (Harps, Inttri Stairs Army; 

RALIo S'xaTjLuN V.' 1 o 

FT. LOGAN, COLO. 
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WASHN DC 420P JULY 8 1936 
CONSTRUCTION ENGR OWENS 


MINT 

DENVER COLO 

EXPEDITE RETURN OF DENVER MINT BASEMENT FLOOR PLAN SENT YOU 
JUNE NINETEENTH TO INDICATE THEREON EXTENT OF PORK IN PLACE 

ROBERTS 

406 P 








RAD 10GRAM 


Washington, D. C. 

July J, 1936 - 4:20 P.M. 

'f tt* fif fiit mittitn i 

Construction Lngineer Owen 
Denver, Colorado 

Expedite returns of Denver Mint floor plan sent you June 19th, 


TO INDICATE THEREON EXTENT OF WORK IN PLACE. 


'! as*:3d 


Roberts 


Rfceived 
July 8, 1936 
4:13 P.M. 


<h j# gchc tivr vccoanLiMe c lice* 

grtweittCL o{ tilt fpijtp imi 


15-51 


{Treasurer of tfje ©ntteb States 

(FOR GENERAL ACCOUNTING OFFICE) 


N? 

COPY OF CHECK DRAWN ON 

{Treasurer of tfje {Untteb States 

(FOR GENERAL ACCOUNTING OFFICE) 


Symbol 95-139 

3233507 

15-51 


Mr. Hinriche 


Aum Mi 1916 , 


Cons:,ruction tti^lnoor 
in Qmr &» of Operation®* 

M®w, C«kn4«« 

Bmt ilr»* 

herewith pleeee find copy of a lottor 
received trm Mr. Unr»hnll fU KUtt, iioperint- adcat of 
iullolng ana %chin*ry, with certain rooonondntiooo 
relative to the air conditioning of tho now vault. 

1 hereby roooamd that the engteatleae mo> 
taiaod i» thio lottor bo coasted with* and tho ventil* 
•ti»& eyetaa bo installed ao recwaueaded by hia. 

no®poet fully» 


MARK A. SKH«llR t 8tlP»ailfX>fU«rf, 


June 24, 1936. 


Mark A. Skinner, 

Superintendent, United States Mint, 

Denver, Colorado. 

Dear Sir<- 

I desire to recommend that the wentilating fan for the 
sub-basement rault be installs .t the hexxanin. lwil , ^ prorid 

*“ with all necessary fittings and connection, for wentilating 
mextanine vaultl the sub-basement rault to he rentilated from the 
low pressure air system now installed at the Mint. 

Respectfully, 


M. H. WHITE, 

Superintendent of Machinery. 


G. 


S. C. Form No. 7 


Signal (Unrga, Hniteft States Anttg 


v RADI NX'S 

**«*»*& at Yt ._ LCGAHi colo. ' 


o3—9601 n. a. ooramnnrr r»mriNo omen: mu 


* 


11WVB B 12TRSY 


113P JUNE 15 1936 


WASHN DC 

CONTN ENGR OWENS 

MINT 

DENVER COLO 

WIRE WHETHER MINT BLDG WILL ACTUALLY BE READY FOR OCCUPANCY 
JUNE FIRST 



R H GRIFFITH 

1207P 


JUNE CORRECTED TO READ JULY (DC) 



M i 





B>t0nal (dorps, Uttttrfo Stairs Army 


Bmtttpii at . 

X i « 


3WVB WA 17 TR3Y 


"AVlOfl W T 8 
LOGAN, COI4D* 


WASHINGTON DC 1054A JUN 15 1936 


*% "I W Mi.) 
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SUPT U S MINT 

DENVER COLO 

RROCUP EVENT DIVISION TELLS ME APPROVAL BLOCKING " I NDOWS GIVEN '’■AYS 
AGO oTOP MR CLARK WILL WIRE YOU TODAY 

NELLIE TAYLOE =>OSS 

t 

9 36 A 



TELEPHONED 939AM WA/ 






RADIOGRAM 


V»>S;i|?*6TU?4, o. c* 

13, 1936 - 10; M Aj4 

United ^tatcs ^iht 
Denver, Colorado 

PROCUREMENT DIVISION TELUS ME APPROVAL LOCK I MO . laOOM GIVEN OATS 
AGO* &R* CLARK WILL WIRE YOU TODAY. 


Nellie ^ayloc Koss 


Received 

15, 1936 

9f40 a. to. 


K A U I u U H A M 

U*NVH, Ct)l UftAHO 

Junk i i, 19.16 

IMir uioh Of TMI mini 
Wa§MIN*TON, U, 0 , 

iMMtNAIIVt I MAI W) MAVl AN*Wt N I MOM I'l OUUl l Ml Nl if I VMM ON ON 
ttlMOKHW WINDOW* ON louril ftllfi or PUIM'INO NOT LATAH IMAN MONDAY, 

KM AY MrANtt AUOIIIONAl 0011 0 Y $1 ,000 AA UwNTHAOTUN II Mt Al>Y TO HOUM 
' ■*' Mi NI VAUt I WALL! AND V It.) «u ItlllNU lit 1 1 Mr |NfOHtirMt NTi 

I NNr M | Ulft HINT) Nil! Nf , 


ti U N I I K M I N U 


RADIOGRAM 


Mr. Skinner, Superinte dent 
United States Mint 


Washington, D. C. 

May 28, 1936 - 4:33 P.M 


Denver, Colorado 

My understanding with Mr* White and Mr* Uwen was that a letter 

WOULD BE TRANSMITTED TO ME RELATIVE TO CLOSING OF WINDOWS ON ALLEY. HaVE 
DISCUSSED SUBJECT WITH PROCUREMENT DIVISION. AM AWAITING A LETTER FROM 
D-NVER STATING THE TERMS OF CONSTRUCTION PROPOSED AND ESTIMATE OF COST. 


Nellie Tayloe Ross 


Received 
M*y 29, 1936 
8:50 A. M. 


Director 




Amo 4, 1934. 


Ur. Jam 9* vwna, 

Construction fingiaoor 
in Uuurgo of Operation*, 
fc#nv«r» Colorado. 

lwur dirt 

A* pioao for the nelter onei reflner'e working mult In 
ttao now otorago mult under oonotruotion oho* tho Major portion 
•f tho rood to ho divided in eonp&rtiaonto with otool parti Mono* 
hut no doom am provided. Doom oro quit# oooontiol to tho moot 
fttl operation of * malt of thin cbaraotor. Unload thoo# cowperV 
aooto con ho eloaod, looked and planed nador sod It wlU ho noooj 
cry to oaigb each bar of bullion oontniaod in tho ontiro mult nt 
ororjf •ettlensat period, which would roquirn on ondlooo amount of 
uoolooo work* Z would thoroforo ro.uoot that a ouitahlo otool 


door, with lock, ho iaatailed on onoh oonpurtnant. 

Keep* et fully, 


Jum 4# 19S4» 


Htm Jwmmm 9* Owana, 

GwmmtlM haglaaar, 
ia Charga of OptraU«M ( 

±>aaT*r» Colorado. 

fiaar 51r»« 

'**• Bipolar *f tha Mint U wy uutwa Mat thara Mall ba 
Mn»t,nut«< la th* Stannary two HpmM lackar mw| aw ofeara a* «*- 
»lo;aa ecaing a* ohift will aatar aad ru»t» all if hi* otmt eiathaa* 
aad Mm p&aa trough to Mo laakar roM, ia which will ha atorai hia 
worklac alathaa* whara ha wiU draaa far hla 4atioa ia tha Kafiaary. 

it tha alaaa of tha day*# work ha will ratura to thia raosi 
rai^ra hla working alathaa* j*aa iata ahaaar hatha, aad fra* thara to 
tha lac tar rat* aantalaiag hia atraat tlotfcaa wit h ou t fur Mar cantaat 
hat warn tha aayarata laakar roaoa. 

I* aa a plta a a a with thia anggaatiaa* i aaaw a th aa Mara ia 
a*pla «f*aa araiiahU hatwaaa tha toil* raa* and tha aj»aa raquirad 
f«r tha haltara A Xaflaar'a Offiea far tha aaaatmatlaa of auf * aaj*i^ 
ata locker room, X raaommd that tha aaggaatiaa af tha Oiraatar ha 
iaotaliad at raqwaatad* 


haayaatfully. 


dune 4, 


Mr* Janet 0* Os rcn», 

Ceoetruetlou Sagineer 
in Charts# of Oporatioov* 

Denver* Colorado. 

Dear Sir»- 

Upott the last visit «f Director of the Mint* HeUie 
Tayloe Keen* to the Denver hint* oho oat quite Insistoat that 
tho five windows on tho South side of tho building adjoining 
tho now vault should ho securely olosod. 

In aeoordanoo with hor desires X roo n o mi d that oooh 
window ho securely blocked with a reinforced concrete block* 
end constructed an suggested at «ur conference, and an X under¬ 
stand are to ho outllnod by suitable sketch. 

Respectfully* 


hark A* Skinner, Superintendent* 


Signal dorps, Uttitrii Stairs Arntg 

ta Kx'J cJXA'< J oft W T o 

l&minrti at o ;. N 1 


1WVB WA 4g TRSY 


WASHINGTON DC k^P MAY 2S I 936 


c 3—-0501 o. «. o o T »iu »ii p fT r»nrrmo omow: 
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MR MARK SKINNER 


U S MINT DENVER COLO 

MY UNDERSTANDING WITH MR WHITE AND MR OWEN WAS THAT 
A LETTER WOULD BE TRANSMITTED TO ME RELATIVE TO CLOSING 
OF WINDOWS ON ALLEY STOP HAVE DtSCUSSED SUBJECT WITH PROCUREMENT 
DIVISION STOP AM AWAITING THE LETTER FROM DENVER STATING THE 
KIND OF CONSTRUCTION PROPOSED AND ESTIMATE OF COST 
NELLIE TAYLOE ROSS DIRECTOR OF THE MINT 

751A 29TH 


29TH 

FONED BY AX I b52*M 30TH 







STANDARD FORM No. 14A 
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Treasury Department 

WASHINGTON 

' ..Charge TS?asS&» ent, Appropriation for 



(The'appropri 


# 




Mr. 4irk skinner, 
0. 3* Mint, 
Denver, Colorado. 


o \ 

%• 


xpenses,iints & Assay Offices 

ipriation from which payable must be stated on aisowTiine) 


V 8. GOVERNMENT PRINT IN O OFFICE: 1933 2-14117 




Mjr understanding with Mr. Y.hlte and Mr. Owen was that a letter 
would be transmitted to xae relative to eloslng of windows on alley. STOP 
Have discussed subject with Procurement Division STOP Am awaiting 
the 1 tter from Denver stating the kind of construction proposed and 
estimate of cost. 


JT-XLIK TAYLOR ROSS 

Director. 







RAD IOGRAM 

Denver, Colorado 
June 1 , 1936 

Director of the Mint 
Washington, D. C. 

R-TwL May ,8th. Will forward letter relative to closing of 
windows on alley as soon as estimate of cost can bc obtained. 

Skinner, Superintendent. 


CONFIRMING 


R A D I 0 G R /a M 


Washington, 0. C. 

M. y 2j t 1936 - 3:55 PM 


CONSTRUCTION C.NG I NCEK OWENS 
United 3tates Mint 
u rNVCR, Colorado 

Benjamin Electric company wires y^u insisting bus structure switch 
board b< nvef Mint be rebuilt but that board accordance approved shop gra<i.«gs 


is in service and functioning satisfactorily and THEY REQUEST ACClPTAKCE. 

You AOVISE IF SIZE* BUS BARS ARE AS NOTED ON SHOP DRAWINGS NO. CW 301 APPROVED 

January 11. Installation satisfactory provided c*e«rances between bus bars 

AND GROUND ARE ACCORDANCE SPECIFICATIONS PARAGRAPH 1251. 


Mellick. 

Deceived 
May 26, 1936 
8:55 A.U. 


S. C. Form No. 7 


digital (Eorpa, Uniteii #tatea Army 



24'AVB B 13IKSY 
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VUSHN DC 


340P K»AY 5 1936 


CONSlKUCl ION ENGK 0V\ENS 

DElWEK COLO 

>-IKE I iviMEDI A | EL Y DA | E WAGE SCALE DATA PKOTECTIVE AOKK DENVEK MINT 
'A I LL BE MA I LED 

IHOS FAKKINGTON 


305P 



PHONED 


307 p MAY 5 BY FH 










lushington, D. C. 5*25 P.M. May 6, 1936 


Construction Engineer Owen* 
United States Mint 
Denver, Colorado 


Yours fifth. Forward information wage rates for protective work 
via air mail. 


Y^s. H. Farrington. 


Received Denver 

8*25 A.M. J.K.L. 


RAD IOGRAM 

Washington, D. C. 
May 5, 1936 
3:40 P.M. 

Construction Engineer Owens 
United States Mint 
Denver, Colorado 


Wire immediately date, weight scale data protective work 
Denver Mint will be /yy\ uj JL-lM. - — 


Thomas Harrington 


Received 
M*y 5, 1936 
3:20 P.M. 




April CO, 19M 


Deny Sir* 

I desire to recoaMod that the ement steps load- 
Inc ' ro;j the neseanine floor and the leading, approximately 
50 inches be lor the neasttnine floor level, be oaitted .»od 
* **lo° r slot be constructed covering the entire ere*, 
o.' the stuir well et the meattnlne floor 1* vel. 


Respectfully, 


Hart A, Skinner, Su;* Intendent. 


N 


3. C. Form No. 7 


Signal (taxpa, United States Army 


K^murii at FTt L ogar , colo. 


p. o. ooT »«M« rr nturmro omens: mm 


4WVB B 49TrSY 

VUSHN DC 42 7P’ MAY 1/2 

C OBSTRUCTION ENGR 


19 


OWENS MINT 

DENVER COLC 

YOURS APRIL LAENTY EIGH IH DENVER MINT ALL CONNECTIONS ABOVE TWO 
HUNDRED TWENTY FIVE AMPERES TO BE BUS BARS clamps STOP 
dUS BAkS OF OPPOSITE POLARITY TO HAVE TWO INCH MINUMUM CLEARANCE 
INCLUDING CLAMPS STOP EQUIPMENT MEETING REQUIREMENTS NATL dOARD 
FIRE UNDERWRITERS AND »\EMA HAS SUFFICIENT CLEARANCE BETWEEN LIVE 
FARTS 


BRAimSCOMBE 

S12A MAY 2 














achinqtom, °* c * (no bending TIME or Date.) 

CONSTRUCTION CNQINFER OWEN 


OrriCE letter 27th mailed requesting pre-determination wage ocalco 

PROTECTIVE MONK DENVER Mint. fTOP. 

MEN r CCriVED EXPEDITE fECURIMG INFCPI1ATI OW # WIRING DATE COMPLETED 
FORMS MAY OF EXPERTED* 


tfjom 


Farrington* 



RADIOGRAM 

WASHINGTON, D. C. 

May 1 , 1936 - 4:27 P.M. 

Construction Engineer Owens 
United States Mint 
Denver, Colorado 

Yours April ^8th Denver Mint. All connections above 225 amperes 
to be brush bars clamps. Brush bars of opposite polarity to have two inch 

MINIMUM CLAMPS INCLUDINS CLAMPS EQUIPMENT MEETING REQUIREMENTS NATIONAL 

Boaro Fire Underwriters and NEA. Have sufficient clamps between live 
Parts. 


Received 
May 2, 1936 
9:05 A.M. 


Branscombe 


Washington, DC, 5$19 p.m, April £9, 1956 




Construction Engineer Ovens 
Denver, Colorado, 

Yours 25th Denver Mint- Specification construed. Give 
contractor option using ceramic tile floor and cove IsKiNxxgm terrazzo 
floor and cove to a fine throe inch in front of toilet partition 
with remainder floor terrazzo or use ceramic tile for entire floor 
toilet room with cove of same material as floor# If terrazzo 
used cove to carry through toilet enclosures under #8Inscot. 

Branscombe 


8:50 A.M. Denver Mint. 
J.K.L, 


HAD I 0 G K A M 


Washington, D. C 
April 24, 1936 
2:44 P.M. 


Construction Engineer Owens 
United States Mint 
Denver, Colorado. 


Yours 22no. Permit installation lighting fixtures subject 

COMPLIANCE SPECIFICATIONS. 


Robert Mayo 


Acting Superintenoent 
Mechanical Engineering. 


Received 
April 24, 1936 
1:35 P.M. 





0*R/eh 
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Superintendent, XS3 Ulat, PenTer, Colo* 


Treasury Department 

WASHINGTON 

April a, i93e. 

Charge Treasury Department, Appropriation for 

Government Facilities 

(The appropriation from which payable must be Ytatodon above line) 

V S. OOVEVNHKNT rBDmjiO OITICI: 


R«tel April eighteenth Procurement T^vialon states that plans for etaireay 
sera forse^ed to you several days ago. 


O'Reilly, Acting rirector Mint. 

!nU.^(Sf5! fl W/i^jr 

n . APR 2 3 1936 . j 


,T ftl-NVM* 








Smirn'i) at 


^t0ual (fLotps, lUtttfrii States Atttttj 

^ADIO STATIOH W t S 
pf togas, 



WASHN DC 333P AP* 21 1936 

SUPT U S L|MT 
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DENVER CuLO 

KtltL APKIL EIGHTEENTH PKOCUHEMENT DIVISION STATES THAT PLANS FOH 
siaik'aay akea wehe fohwakded to you sevekal days ago 

OKEILLV 



201P 





United 5tates Mint 
Denver, Colorado 


K A D I 0 G R A M 

Washington, d. C. 
April 21, 1936 
3:33 P.fo. 


Kltel April 18th. Procurement division states that plans for 

STAIRWAY AREA WERE FORWARDED TO YOU SEVERAL DAYS AGO. 


O'Reilly. 


ReceiVED 
April 21, 1936. 


Radi ogram 



Zxioriix 

Denver, Colorado April 13,1956 


Director of the Mint, 
Washington, D. C. 


Plans omission stairways west end of vault not received. Most urgently needed. 


Mark A. Skinner, Superintendent. 


Q’£/*h 



STANDARD FORM No. 14A 
Approved by the President 
March 10,1926 
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OFFICIAL BUSINESS—GOVERNMENT RATES 

Superintendant, US Hint, roaror, :olo. 


Treasury Department 

WASHINGTON 

April 11 , 1936 * 

Charge Treasury Department, Appropriation for 

OoteroMtmt Pnollitiaa 

(The appropriation from which payable must be stated on above line) 
c &. oomxuDrr rennxo omen: i»n 2—14117 


Trswin^a la regard to stalrupy ooopletad on thirtaantti and will sent oat on 
folloning day. 





V 


u* Haiily, noting lAawator Mint* 







*r, Gm>t 

It 1# very « eolreble that the mil* la the »hlt*a- 
lot roes bt plantcroc with a I* .’‘ortUitd OiMnt 
fehii buftkbarn, or none other approved brand of plotter, fro* 
tho vtineceUaf to the celling M that the tile end brick 
»U1 be properly protected fras the culphuric add fuan 
«hl«h are prevalent la this room, 

X there ortv reconvene that otepe be taken to pro* 
»1U* for the proper completion of this room , 

lonro very truly. 


**** i,Skinner, Superintendent. 


S. e. form. No. 7 


Signal (EotpB, Uttiteii ji>tat£0 Anttg 

Stmtefo at 

_ i>r„ LOGAN, CCZOJ 

~- - - c 3 9S0 * p - oo ^orMWCT nmcrorq omrz: 

12WVB B 16TRSY 19 

4 WASHN DC 11 IP APR 11 

U S MINT 

DENVER COLO 

DRAaINGS in regard to STAIRWAY completed on thirteenth and will 
BE SENT OUT ON FOLLOWING DAY 

OREILLY 

308P 



TELEPHONED 832AM 13TH WA/ 













WASHINOTON 0. C ## 

Mill P. U. APRIL II, 1936 

United stated mint, Denver. 

DRAWINGS IN REQARD TO OTAIRWAY COMPLETED ON ISTH AND 
DILL OE DENT OUT ON THE FOLLOWING DAY* 


O'REILLY. 


O’fl/ah 
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Saperiate afloat, VB lliat, T«over, Colo. 


Treasury Department 

WASHINGTON 

vvjpfiX 9| 19*56. 

Charge Treasury Department, Appropriation for 


covoroasat Foallltlss 

(The appropriation from which payable must be stated on above line) 

V S. OOVEBXMKNT f'EENTINQ OITTCI: 1033 2 14117 


your talesma relative aalu&ion of stairs and eh»m,;ee at vault entrance 
delivered to Iroaureasat Ittviaion today Slop Trill follow up closely. 


O'Heilly, Aotlug Director Mint 








Slmtoii at 


Signal (Harps, Initri Stairs Army 


32WVB B 21TRSY 

WASHN DC 4P APR 9 

U S MINT 



DENVER COLO 

YOUR TELEGRAM RELATIVE OMISSION OF STAIRS AND CHANGES AT VAULT 
ENTRANCE DELIVERED TO PROCUREMENT DIVN TODAY STOP WILL FOLLOW 
UP CLOSELY 


OR I ELLY 







RADIOGRAM 

Denver, Colorado 

Director or the Mint April 9, 1936 

Washington, D. C. 

Have not received plans for omission of stairs ANl> changes at vault 

ENTRANCE. THIS REQUEST WAS FORWARDED TO THE U £PARTMENT IN JANUARY. |F OUR 
REQUESTS ARE ADOPTED THE REMOVAL OF THE OLD STAIRS AND THE ELIMINATION OF THE 
NEW STAIRS WITH TWO SMALL REINFORCED SLABS OVER NEW STAIR OPENINGS APPROACHING 
THE ELEVATOR CORRIDOR, LEAVING PRESENT WALLS AS NOW CONSTRUCTED, ARE ALL THAT 
IS NECESSARY. THESE CHANGES ARE VERY IMPORTANT TO THE UNINTERRUPTED FLOWI0F 
OUR OPERATIONS AND THIS EXTENDED DELAY IS CAUSING A FEELING OF UNCERTAINTY AS 
WELL AS HAMPERING THE CONSTRUCTION. PLEASE CONTACT MR* REYNOLDS TO EXPEDITE 
PLANS FOR OMISSION OF STAIRWAY PROMISED HIS WIRE OF MARCH 25. 


CONFIRMING. 


Skinner, Superintendent. 


RADIOGRAM 


Washington, D. C. 

April 9, 1936 - 4 P.M. 

United States Mint 
Denver, Colorado 


Your telegram relative omission of stairs and 
entrance delivered to Procurement Division today. Wi 


CHANGES IN VAULT 
LL FOLLOW UP CLOSELY. 


O'Reilly 


Received 
April 10, 1936 
9:05 A.M. 



April T p 1 m 


Hr. J-stea D, Owcoa 

Coa«tru«U<m S**itt* w 

in OiitTjgo of Oy«r; tiouo 
CoXorxiio, 

Dw Sin 


Th» plena for the aelter ran rotter I, .orklae 
«oXt la tho aee eta»eo wait under Mnetruetlea aha, 
V» a.,Jar portion of th. ro* to be Melded la ooaport- 
«af »ith stool portiUoM, bat no door. „„ 

Koor. .« nalt? e.oouilal to tha woo.,aful opewtioo 
of a wait of thl. obtreoter. Dale.. those coapert- 
•u-atj eon 1» olo.od, loaded end plnoed m ,„ u 

nu b. ne-HWer/ to o.l*h «ch bor af bullion «mtela^ 

t0 th * " tir * T “ w ’* *'">** ootUoaoet period, .bleb 
•ould require ea andloet mount of UMl.il „ ork , r 

ooald therefore nepteat that e eulteblo atoel door, «th 
look, be l a atolied on ooob eoepnrtaeat, 

a* ule.y,. 


*“** A. Bkiaiwr, fiuperlaUadont. 


Denver, Colorado, April 9,1936. 


Director of the Mint 
Washington, D. C. 

Have not received plans for omission of stairs and changes at vault 
entrance. This request was forwarded to the Department in January. If our 
requests are adopted the removal of the old stairs and the elimination of the 
new stairs with two small reinforced slabs over new stair openings approaching 
the elevator corridor, leaving present walls as now KmctraEtu constructed, are 
all that is necessary. These changes are very important to the uninterrupted 
flow of our operations and this extended delay is causing a feeling of uncer¬ 
tainty as well as hampering the construction. Please contact Mr. Reynolds tp 
expedite plans for omission of stairway promised his wire of March 25. 


Skinner, Superintendent 


April C, li»56* 


J mo a E# 3* in# 

Conatructi or Ku^ineor 
in Chf-r^s of Operation# 

Ikavcr, Colorado 


Bear Sirs 

*ith reference to the natter of the elevation of 
'Kt'"?.!?!' Hjjfet# •* in - *'ich t*d thu ^pvrisHi&t in m, .on 

delayed replying to our reboot for a period of ninety d /« 
*<!id until After they iwrt instructed tno contra.tor to h;ve 
Ui« utooa contractor on the no* Addition drill tho hole* 
for conduit# at 14* A* fron firat floor level, end in view 
of th* that th' »c atones have for several wet'ks been 

In pi^ce, on l®sir< to valve* our request that the#* lights 
be placed at tin elevation of 7* 6» fron the first floor* 

I note, U stated in one of the letters r*Oi ived 
fr .»? the tepc.rtcBo&t, tKmt another reason *n. the 14 * 4* 
level w»*s Kltcui, ve# that the conduit w oulc cone into 
ti j urrer* catling* 7hia ©* course ie obviously a eerlou.# 
error, as the 14* 4* pl< eao the conduit at to* coring of 
the winaOT’ arch and it oust bo apparent that the- arch of 
the window does not ex.sad above the ceiling of the fir#t 
floor* 


3U- tycctf uliy. 


Ib^rJe a* Skinner, Superintendent* 


&• C. Form No. 7 

Signal (Harps, Blttitrft Stairs Arntg 

l&mtttrfi at 

-* - ■ c3—-9501 o. 9 . oominfmT raroroo omci: 

JWVB \\A 27 TKSY 19 

WASHINGTON DC 1 25 CP MAH 25 I 936 

SUPT U S MINT 

DENVER CCLO 

PROCUREMENT DIVISION PROMISED TO WIRE YOU TODAY REGARDING APPROVAL OF 
CHANGES IN PLANS STOP THIS TELEGRAM FROM PROCUREMENT DIVISION SHOULD 
REACH YOU BEFORE CLOSE OF BUSINESS TODAY 

ORE ILLY 

115 OA 


PHOIIED 12 : 00p. (R Li) 



J. 


A1 









RADIOGRAM 

SUPERINTENDENT 
United States Mint 
Denver, Colorado 

Pf ^curcMent Division promises to wire you today regarding 

APPROVAL OF CHANGES IN PLANS. TELEGRAM FROM PROCUREMENT DIVISION 
SHOULD REACH YOU BEFORE CLOSE OF BUSINESS TODAY. 


Washington, D. C. 
M/ rch 25, 1936 
12:52 P.M. 


Received 
March 23, 1936 

12 i\!OON. 


O'Reilly. 



Hr. JiM( D« Ovens, 

Construction Lngineer 
In cnurge of Operaticma 
i*»av«r, Coj.ajt*ao 

Doer Siri 

I en trnnsnittinf herewith r.opy of & letter X 

** w this <i*.y occiveo from Hr, NnrrtOl B. White, Buper- 
IflUnoent of Machinery, and I desire to recoesend tbet 

•ugfestlotis • nd rerast* in his Utter b* edo.vu-^ 

Respectfully, 


fci&rJs A. Sfinuor, Superintendent, 


Ba>- 


torch £5, 1956. 


Mr. Metric A. Skinner, Supt. 

United States Mint 
Denver, Colorado. 

Dear Sir* 

I desire to oaH your attention to the layout of 
the ventilating system for the new addition. The suction 
fan, as shown on blueprint Ho. 465, is on third floor of 
old building in old bleaching room. This space does not 
hf'Ve suf. icient ceiling height for large pipes fan. 
Blueprint shows fan exhausting into main stuck. Fumes 
would ruin both stack and exhaust pipes. 

I would recommend that the full be relocated in 
addition and exhausted out thi’ough roof and ».n pipes 
be run as close to ceiling as possible. 

Respectfully, 

Marshall H. White, 

Superintendent of Machinery. 


l COPY 


7?W 



March 16, 1936. 


Director of the Mint, 
Washington, D. c. 
Madam: 


RECEIVED 

MAR 24 1936 

CHILh L LLhK 

U. 8. *t*l AT OEKVEfi 


relative h to e changes in theV 6 ^ 6 ^ 1936 

the Denver, Colorado Mint j 010 6 1 °^ and extens i° n of* 

the necessary action’if^ing ^TobL°i ^ ^ 
tractor's proposals fVvn + v^ i • k6n ?° obtain the con- 

platform and the steel door ° f the loadin £ 

suggested by the Superintendent of the Denvei Mint. 

The action being taken to obtain proposals will 

Su^ri n t ClU , de 8 PI,0P0Sal baSed on the request of*the 

floor r eTld6nt ? hSt stairwa y s a t vault No. 1 (from first 
floor to mezzanine floor, first floor to basement ard 

basement to sub-basement) be omitted in order to better 

accomodate the activities carried on in tLse locations. 


Very truly yours. 


W. S. REYNOLDS 

Assistant Director of Procurement. 



Hon. Nellie Tayloe Ross 
Director of the Mint 
Washington, D. C. 


RAD I0GRAM 


Denver, Colorado 
March 23, 1936 




Have heard nothing from Procurement Division regarding vital and 

IMPORTANT CHANGES DESIRED SINCE YOUR WIRE OF MARCH 12TH. FAILURE TO 

RECEIVE THESE INSTRUCTIONS IS CAUSING SERIOUS DELAY IN OUR BUILDING 
OPERATIONS. 


CONFIRMING 


Mark A. Skinner, Superintendent. 


Denver, Colorado, March 23, 1936. 

Hon. Nellie Tayloe Ross 
Director of the Mint 
Washington, D. C. 

Have heard nothing from Procurement Division regarding vital and 
important changes desired since your wire of March 12th. Failure to 

receive these instructions is causing serious delay in our building opera 
tions. 


Mark a. Skinner, Superintendent. 


m, ii. |rwm Hu, 'i 


$iymtl (Eitrjm, llntteft Staten Army 


Hm'lm'fo ut 

*. 4 <4l/t\ u 0 +H100009+I *!>»*»•* «*»»' • '0** 

22AVB AX 21TRUY 19 

Am^H I UGT n N LC 22^PM MAK 17 19>6 

C-O-N-b-T LNON 

OWENS DENVER COLORADO 

PH^TOORAHMS REINFORCE INS STEEL Y^URS THIhTEENTH DENVER C^L^RADO MINT 
GENERALLY SATISFACTORY ST r ‘P PERMIT CONTRACTOR pogft CONCRETE WHEN 
STEtL GETS YoijK FULL APPROVAL. 

T C BROOKS. 


1 PI pM 











STANDARD FORM No. 14 a 
Approved by the President 
March 10.1926 


TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 


Superintendent, US Hint, Denver, 'olo. 


Treasury Department 

WASHINGTON 

mrob IS, 19 SS. 

Charge Treasury Department, Appropriation for 

novornsKmt Fanil it lea 

(The appropriation from which payable must be stated on above line) 

U B. OOVRNMENT PRDiTDiO OFFICE: IBM 2 - 14117 


Ho© ouch. ©liver in ounce© do you fi«ur© your vault© onn ©tor© when new construction 
finished. 


Itellie ^lyloe Roes, 
Id root or of th© ini. 


f r r* 
c\r .W'-' 


tf. 


0IHT ^ 








RADIOGRAM 


W/SHINGTON, D. C 
March 17, 1936. 
5:30 P.M. 


Construction Engineer Owens 
% United States Mint 
Denver, Colorado 

Yours 7th Denver Mint.Satisfactory^raise 12" channel support to 

10' 6" LIEU 9* 7 U ABOVE MEZZANINE FLOOR AS DESCRIBED, PROVIDED CUTTING 
SECOND FLOOR NOT NECESSARY FOR SHELVES OR CLEARANCE, AND AT NO ADDITIONAL 
EXPENSE TO GOVERNMENT. 


M.LLICK 


Received 
March 18, 1936 
10:15 A.M. 



MAR 13 1935 


Cfli.'.f- GL.fc.RK 

u. s. mi at oemn 




RADIOGRAM 

Washington, D. C. 
March 17, 1936 
2:25 P.M. 

Construction Engineer Owens 
Uniteo States Mint, Denver 

Photograph reinforcing steel your 13th Denver, Colorado Mint 
generally sat.sfactory. Permit contractor pour cement when steel gets 

YOUR APPROVAL. 


Received 
March 17, 1936 
1:50 P.M. 


T. C. Brooks. 



Signal (Harps, %niUb Stairs Army 


Umiu^ib at 

----B — ■ _ c3 —PftOl ,, a 

17WVB WA 47 TRSY 

WASH I NCTon DC II 7 P MAR 14 1936 
CONSTRUCTION ENGINEER OWENS 


u o MINI jjLNVtH CIOLn 

TOURS TWELFTH you AUTHORIZED ACCEPT THE CONTRACTORS PROpo SAL TWO 
HUNDRED THIRTY DOLLARS ADDITIONAL H.S CONTRACT EXTENSION DENVER MINT 

"ith-ut further modification its terms for installation of six six 
HUNDRED THOUSAND CIRCULAR MILLS CABLES o NE Fo UR NAUGHT NEUTRAL RUN 
from CABINET to SWITCHBOARD ETC AS DESCRIBED FORWARD Formal PROPELS 
w E REYNOLDS ASSISTANT DIRECTOR OF PROCUREMENT 









RADIOGRAM 


W'*SH t MGTJN, 0. C 
fct' row 17, 1936 
2:75 PM. 


Construction Engineer Owens 
United States Mint, Denver 

Photograph reinforcing steel your 13th Denver, Colorado 
GENERALLY SATISFACTORY. PiRAir contractor pour cement when steel gets 

YOUR APPROVAL, 


Received 
March 17, 1936 
1:50 P.M. 


r. C« Bnoo&s 


S. C. Form No. 7 


£i0tral (Enrya, Imfrii ^tafta Army 


JSrainpii af 


HAL IO 
tt; y 



23WVB WA 23 TRSY 

WASHINGTON DC 423P MAR 12 1 936 

MARK SKINNER 

SUPT U S MINT DENVER COLO 

have conferred with mr Reynold of procurement divis|on reut|ve Tn 
Y ° UR TELEGRAM Of- march twelfth he assures me will give 

MATTER IMMEDIATE ATTENTION 

NELLIE TAYLOE ROSS 

42SP R£CE /\/£q 
? i ; 193 , 




TlLEPH^NED S29AM wa/monohan 





n. o. warm no. 7 


Signal (Eorpa, United States Armg 


ftemxteb at 


19 


9#V8 AX 45TRSY 

WASHINGTON DC 145PM MAn 1} 1956 

ENOW A W£N8 

US MINT DENVER C A LO 

r'^URS FEBKUARY TWENTY EIGHTH sfi atiwc _ , , „ 

E'^N RELATIVE FIRST Floor WINDOWS DENVER M.NT 

AIL FIVE HUNDRED TW" SH"W CONSTRUCTION BASEMENT AND 
SECOND FLOOR WINDOWS ST^P FIRST floor w.ND-WS t „ b£ a$ 

bH0 * N ~ N C °" ThACT DSAWIN0S M * TCH '*° EAIST.no WINDOWS for PRop | L£g 
BUT WITH M^UoNS ADDED AS SHOWN „ n CONTRACT DRAW!NOS 


MELICK. 


1251PM 


received 
mar l" 1 1 936 


u.'s. mil MoavEH yS ^ 

V \ V 


f 


V' 









£>Ujnul (Eiirjra, Armg 


llrrrftifb at 

— —•—* ___ __ _ _A '4r +*M 0 f •+***'*— 

1'>WVB B ^>TK8y lex NITE 19 

WA8HH DC 524P MAR 11 

CONSTN £NGR r, ^EN8 


MINT DENVER COLO 

Y r ‘URS SEVENTH DENVtR MINT REF LI CRT AND po*£R 8VC TGH C'l*TRACTORS 
PR'V'MJAL TO INSTALL SIX 81X HUNDRED THOUSAND CIRCULAR MILLS CABLES 

AND -ne f^ur naught cable in present five inch conduit from present 

CIRCUIT BREAKER TO 8 VC CABINET TWO SIX HUNDRED THOUSAND CABLES PER 

PHASE LEG AND '■'NE FAUR NAUGHT NEURAL STOP ESTIMATED MAXIMUM L"AD 

THREE HUNDRED KW 

MELICK A 

4 > 4 P , vJ 







I. <J. tfvcm No. 7 


Signal Corps, 3itttttr& Stairs Armg 


Kmtofii at 

*?s-4f/n tjjgj yy B ff wrjrw— 

12WVB B E4TRSY' 19 

WASHN DC 115P MaR 11 

CONSTRUCTION ENGR OWENS 

MINT 

DENVER 

YOUR LETTER SIXTH FORWARDING C r PIES CERTAIN CORRESPONDENCE LETTERS 

U 

hel Changes partitions in ingot melting room and comptors office 

NOT RECD STOP ForAaRD OTHER Cop | ES 

G R Ro BERTS 

1259 P 










WASHINGTON D. C., 

MARCH 12, 1936* 

4*23 P. M, 

mark A* Skinner, 

Surer intendent,U *S *f int, 

Denver, Colo. 


HAVE CONFERRED WITH MR .REYNOLDS OF PROCUREMENT DIVISION 
RELATIVE TO YOUR TELEGRAM OF MARCH 12,. HE ASSURES ME 
GILL GIVE MATTER IMMEDIATE ATTENTION* 


ROSS* 


WASHINGTON 0. C. 

MARCH 13, 1936. 

Eng incur Ovens. 

yours result any 28, relay ive 1 st floor windows, Denver mint, full size details 
502 show construction basement and 2nd floor windows, stop. 1st floor windows 

TO SE AS SHOWN ON CONTRACT DRAWING HATCHING EXISTING WINDOWS FOR PROFILES. 

* MILLIONS ADDED AS SHOWN ON CONTRACT DRAWING. 


Neil uclick. 


• This word to se checker 





u: 8. Mi NT AT DENVER 



RADIOGRAM 


Washington, D. C. 

March 11, 1936 - 5:24 P.M 


Construction Engineer Owens 
% United States Mint, Denver 

* Yours 7th Denver Mint reference light and power service telegraph 
CONTRACTORS PROPOSAL TO INSTALL SIX 600,000 CIRCULAR MILLS CABLES AND 
ONE 40,CABLE IN PRESENT SIZE INCH CONDUIT FROM PRESENT CIRCUIT BREAKERS 
TO SERVICE CABINET. TWO 600,000 PER PHAZE LEG AND 140 NEUTRAL, ESTIMATED 
MAXIMUM LOAD 300 KILOWATS. 


Mellick 


Received 
March 11, 1936 
4:35 P.M. 


Washington, D* 0., 

1:18 P. U. March 11, 1936. 
Construction Engineer Oven, 

U, S* Mint, Denver, 


Yonr letter 6th*, forwarding copies certain correspondence 
letters, relative changes partitions in Ingot Melt Room and 
Ccnpnters Office not reeel red —Stop— Forward other 
Copies* 


O* R. Roberts* 


RADIOGRAM 

Denver, Colorado 
March 11, 1936. 

Director of the Mint 
Washington, D. C. 

Please advise if dccision has been reached regarding driveway 

AND PLASTERING REFINERY NO WORD HAVING BEEN RECEIVED FROM PROCUREMENT 

Division pertaining thereto since your message February 28th. Delay 

IS RETARDING CONSTRUCTION OPERATIONS. LETTERS RECOMMENDING ELIMINATING 
CONSTRUCTION OF STAIRS AT VAULT ENTRANCES AND CHANGE IN INGOT MELTING 
ROOM HAVE BEEN FORWARDED BY CONSTRUCTION ENGINEER TO PROCUREMENT 

Division on three separate occasions and have apparently been mislaid 
each time. Failure to ieceive replies to these communications is 

SERIOUSLY DELAYING CONTRACTOR. SOME OF THESE COMMUNICATIONS FORWARDED 

early as January 3rd. 


Skinner, Superintendent. 


CONFIRMING 


RADIOGRAM 


Washington, D. C 
M^rch 5, 1936 
5:56 P. U. 


Construction Engineer Ov;ens 

Action statteo relative changes stairway at main -ntrance vault 
present building and changes partitions melting room and computors office. 

PAPERS INADVERTENTLY MISLAID. FORWARD AIR MAIL COPIES ALL CORRESPONDENCE 
RELATIVE THEFETO. 


Roberts. 


Rlceivco 
March 6 , 1936 
10:15 A.M. 




STANDARD FORM No. 14A 
Approved by the President 
March to, 1926 


TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 


uperintea ant, '•>* , Int, m »-r, oio. 


Treasury department r 

WASbNaSON 

«**•»» Wfbfl* v^\‘, 

Charge Treasury DEPARTidpnv Appropriation for 

0 

_ t . i kasp ; 

(The appropriation from which payable nijiat Be stated on above line) 

» orncBi i 


& 


v. a. oovyuKKcrr nmrruro o 


2—14117 


. *• jCUi’w i . . i. ,.i 1 « :'ui to >cm* Ji-Uitu e. In 

irlv«-,: j * Mi ith .nnar nteol door two-l and idftuliw oi t‘->m ?0P 

'bey lsa.i vf a* ;3*<l protection la eliaitaatiaa of «tt»©l d’ior a,colon 

«lso insufficient tlae.wnea froa top of propo.isA r?*ij:- to x in «t .t 

wall Yosjp plea provide: .in*- foot Cj«' r^-ee ■ :c, rr •* . y - *oi>: ho eic - »n f 


.a 


"TY> 


Inver 


to ecoaao^Ms trae 
r'*.icu 1 dciifct t' e 
ramp into nain uilding 
propone b.nW jry f'*T 
lV«ir .i-.u 


efc 


j :q y.v approve If it. ver.i <je cvicoaplishiaent 

;f t'.ic craoaut Icall n.» j ; . ; rioor ■ ■» i providing of 

p naibly at fear-*. *TT 3- t pica of unloosing do you 
Ivuta,- plnifo** wASai yov should -*linl«ate fTTUP Obviously 
iu; unloaded siaultrn*'?*-*!? TOP jo you concur in my 


opinion tb*.t opening B-oloven at entr .ee driveway should be widened .'TO Quid you 
like tar 1 •/mwfl mtly enlarged fro:i n ;rth to south to sccomouc t-e full length 

truck ?a„ 1* jwu*. yx^ x 03ed chance* relative drive-ay re adopted change in openings 

three and four** con be a- <is but not othervine *r a f-rooure~ient Division has 
fMCKMOdad H ‘“i ins t your r tie t for plastering refinery vtailn with I ortl«nd ce wont . 







STANDARD FORM NO. 14A 
Approved by the President 
March 10.1926 


Treasury Department 

WASHINGTON 


TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 


Q' - VC - X s * >•*», 


Charge Treasury Department, Appropriation for 


(The appropriation from which payable must be stated on above line) 


I ts;Ti a k ’ •' i> . v«»j i .C {.ill strongly urge conourioi.ce 
t.ac ceiu ru^ioiias paint i.ppHed directly o tiles 
is better. tm ;.roeaptly. 


i'/pOF * *H’ {il’it '.‘V\ 

protiov , J c « 


fi&LLlh TaTLOa r4u 

‘ ir ‘Ctor. 






9 . C. I«arm No. 7 



*f OUMXZ* 

Signal (Harps, HntteJi §>tatrs A 



)eivf:d 


Stemuri* at 


FEB 28 1936 

CHlbiF OlEHK 


25WVB B 225TRSY 

U S MINT WASHN 1X3 2 ° 7P FEBY 23 19 

DENVER COLO 

aSMPHSliF'- 

lH-J L S A ek |[Evra n reef L To acSom°d!te'?»m^2 t 0 5 learance Wh,ch they say 

p|li £ ^ s ^^v A El??^l:^ HT as ™rJMI«TTTIi IF 

POSSIBLY AT Four K AND PROVIDING OF RAMP INTO MAIN BLDG 


IT 


PLATFORM H wI|SH A YOU E ttou E S A EUMINATF 0 qToS OPnSE Su3ST ' TUTING FOR LOADING 
BE UNLOADED SIMUUSANEOJSLY STOP DO m tsoSX.'m U ?ir V , C 00 * TRU0KS CAN ^ Y 
B ELEVEN AT ENTRANCE DRIVBWAY SRouL^E WEENED STop won.'^v 1 ^ 1 nPENIN0 
AROUND SUFFICIENTLY ENURGED E ° ST ? W ULD Vou LIKE TURN 

from north to SOUTH TO ACCOMODATE FULL LENGTH truck ctoq ic 

AND P F®UR “SaWS* BUT D SoT E O^E A 2 f S E D S?Jp D pR^uRlMEKT f 'mvr C!S THREE 

Po% n rA M NT^MgrrA T GR^ R W^ U Y E S FOR PLAST£RIN ° R ™ ^ 2ft 

PAf N T* APPlIeD DI^RECTLY^TO^T^LES^AS^PROvfoED^f^C ontract A ^ ACI » «, STING 

WIRE PROMPTLY b PROVIDED IN CONTRACT IS BETTER STOP 


ROSS 


136P 









Radiogram 


Denver, Colorado, February 28, 1956. 


Director of the Mint 
Washington, D. C. 

Reference plastering walls refinery. Specifications require that contractor 
shall cover tjiese walls with cement water paint. This paint will in no way 
the P ores J*»c the brick , tile and mortar where values will be absorbed, 
by applying a coat of Portland cement plaster these pores will be completely 
filled and covered. Our experience has demonstrated that the smooth troweled 
surface of Portland cement plaster must also be treated with acid resistance 
substance to preserve the cement and prevent erosion. When the walls are 
carefully and scientifically treated in this manner the values cah be washed 
down and recovered. The walls of our old refinery were treated in this manner 
and have stood for 25 years and are in good condition and show no signs of 
dizinfcegEegeiiaBZz disintegration. 


Skinner, Superintendent. 


Radiogram 


Denver, Dolorado, February 28, 1936. 

Director of the Mint 
Washington, D. C. 

bullion 

Shipments of gold and silver^and large shipments of coin frequently arrive in 
convoys of two to five trucks. With a loading platform accommodating only one 
truck the balance of trucks must stand in street or in Mint driveway. Our 
object in eliminating steel door 2-A and loading platform is to enable the housing 
of all trucks immediately upon their arrival. The installation of steel door 
2-A and loading platform will cost from $1500.00 to $2000.00. 

A plan which offers very much greater safety can be adopted by installing 
substantial grills in door or doors between old and new building,covered by guards 
until outer door is closed, and trucks examined to find that everything is in regular 
order, then door between old and new part will be opened for the admission of house 
trucks. There are no values whatever in the basement of the new building - there 
is therefore no danger in opening outer door and admitting the convoy. This 
protection can be provided for a cost of not to exceed $150.00. 

We have seriously discussed with Mr. Owens, Engineer in Charge, the feasibil¬ 
ity of installing,in lieu of contract driveway and loading platform,a dished driveway 
from the entrance door west wall to the east wall. This will accommodate the 
entrance of the tallest its truck that could possibly be used in this service. This 
dished driveway can be brought to the level of both the old and new basement floor, 
enabling cross trucking from one part to the other. Our plan of unloading would be 
identical with plan now used- the house trucks woild be run to the back end of the 
mail or express trucks and contents deposited on house trucks. 

The width of door B-ll is sufficient to accommodate all activities of our 
institution. 

Turnaround as now planned is 22 feet whichnis about four feet longer than 
longest truck. 

1,11 i t i mi i flflFMrrt iSimpriptAnHflr . fr 





Washington 0. C. 

1:23 P. Um 2/14/36 

Gonatruotlcm Engineer Owen; 

Hofonmco yours of 5th, requesting answers certain of your letters, 
uo rooox*d receipt IJoc, 1 ft 7, Stop, See office letters to you 

11th* for Jib* 5, 'top* Nunboro 8, 3, 4, and 0 will be answered soon 

as possible. 


Ifealllok* 



radiogram 

Washington, D. C. 
February 25 , 1936 
4:32 P.M. 

M-rk a. Skinner, Superintendent 
United States Mint 
Denver, Colorado 

Suggested changes Denver Mint forwarded by various Construction 
lNGIN^ER s letters mentioned your telegram 24th receiving attention. 
Necessary take these letters up with Director of Mint before decision 
given. Reply will be sent Construction Engineer soon as possible. 


R CEIVED 

Februaryb25, 1936. 
3:35 P.M. 


N. A. Meluick. 


RAD I J G k All 


W. shington, u. C. 
February Z2, 1936 
4:44 P.M. 


Construction Engineer 0 ens 
A, United States Mint 
D:nvcr, Colorado. 


Yours 14th. 


You AUTHORIZED HAVE CONTRACTOR PROCEED REINFOlCING COL UN 


1-A, 9 AND 17 ACCORDING DRAWING WHICH HAS faEEN GIVEN OFFICE NUMBER 1-417, 


PRICE TO BE - ETERMI NED LATER BUT NOT TO EXCEED FIGURE NaMeD, $477.00 
ADDITIONAL HIS CONTRACT REMODELING MINT, Ur.NVER, WITHOUT FURTHER MODIFICATION 

ITS TERMS EXCEPT TIME. 


Reynolos 


R CEIVED 

February 24 1 1936 
9:45 A.M. 


null 


SlfUR w0UHU30 MKT 


BSELUlff 


February tf 1§34 


General xpecsea 


H& Mark , kinner« superintendent,. 
wBlted t#V«S iiBt ( 

•nrmr , ^olorsdo, 


thiw|tt ^Micr lot forvar «4 by Wfl^ua wcsatnotlos 
nsiaeer lottars nentlcoed your telsgrea teeatyfocrtb restislay 
atteatloa T1 Besessary talcs tbsss witters up elth Cirsctcr of 
If lot before deslalaa *lvsn TCF leyly •111 be sect Conatructlos 

'a?Inter socs ss possible 


^uperTlslsc 


CONTI RNATI' N 



CCfCS 

CCiDE 


VKBssb 
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US MINT DENVER C^LO 

SU 3 GEST CHANGES DENVER MINT FORWARDED BY VARIOUS CONSTRUCTION ENGINEERS 
LETTERS MENTIONED YOURTELEGRAM TWENTY FOURTH RECEIVED ATTENTION 
STOP NECESSARY TAKE THESE MATTERS UP WITH DIRECTOR op M | NT before 

decision given stop reply will BE SENT construction engineer soon AS 
P°SSIBLE. 


N A MELICK. 





i 





Radiogram 

Denver, Colorado 
February 25, 1936 

Director of the Mint 

Washington, D. C. 

EOR YOUR INFORMATION THE FOLLOWING MESSAGE WAS SENT BY ME 
YESTERDAY TO Mp. W. E. REYNOLDS OF THE PROCUREMENT DIVISIONS 
"WE ARE ENCOUNTERING DIFFICULTIES IN GETTING REPLIES TO REQUESTED 
CHANGES IN CONSTRUCTION BOTH IN NEW AND OLD PART OF BUILDING ALTHOUGH 
CHANGES SUGGESTED, WITH ONE EXCEPTION, IF APPROVED IN TIME, WOULD 
EFFECT VERY MATERIAL SAVING IN COST OF CONSTRUCTION (STOP) ALL 
CHANGES HAVE SEEN APPROVED AND RECOMMENDED BY Mr. OWENS, CONSTRUCTION 

^ng iNi.ER in Charge and Mr. Mitchell, Inspection Engineer (stop) 

See Engineer’s letters of transmittal dated J. nuary 3, J. nuary 16, 
February 1, February 5, February 15 (stop) all changes requested 
arc vital to the successful and economical operation of the institution 

AND THE PRESENT STAGES OF THE WORK REQUIRE IMMEDIATE ACTION (STOP) 

Please answer by wire". 

\ 

Mark A. Skinner, Superintendent. 


CONFIRMING 




Radiogram 


Denver, Colorado, February 24, 1936* 


Mr. W. E. Reynolds 
Assistant Director 
Procurement Division 
Federal Warehouse Building, 
Washington, D. C. 


We are encountering difficulties in getting replies to XHggsxtBix 
requested changes in construction both in new and old part of building 
although changes suggested, with one exception, if approved in time^ 
will effect very material saving An cost of construction (stop) 

All changes have been approved and recommended by Mr. Owans, Construction 
Engineer in Charge and Mr. Mitchell, Inspection Engineer. (Stop) 
gm rx im-fcfcmfwY irf See Engineer*s letters of transmittal dated January 
3, January 16, February 1, February 5, February 15 (stop) All 
changes requested are vital to the successful and economical operation 
of the institution and the present stages of the work require immediate 
action, (stop) Please answer by wire. 


Mark A. Skinner, Superintendent.- 




Radiogram 


Denver, Colorado, February £4, 1956, 


Mr* f* E* Reynolds 
Assistant Director 
Procurement Division 
Federal Warehouse Building, 

Washington, D. C« 

We are encountering difficulties in getting replies to ng^ntaubc 
requested changes in construction both in new and old part of building 
although changes suggested, with one exception, if approved in time, 
will effect very material saving in cost of conatruotion (stop) 

All changes have been approved and recommended by Mr. Owmns, Construction 
Engineer in Charge and Mr. Mitchell, Inspection Engineer. (Stop) 
iUDdaiciusxaf See Engineer* s letters of' transmittal dated January 
S, January 16, February 1, February 5, February IS (stop) All 
changes requested are vital to the successful and economical operation 
of the institution and the present stages of the work require immediate 
action, (stop) Please answer by wire* 


/ 

R*rk A. Skinner, Superintendent. 



S. C. Form No. 7 
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WASHN DC 400P FEBY 5 
CONSTRUCTION ENGR OWENS 

DENVER CCLO 

Y^UR WIRE FIRST COLUMNS DENVER COLORADO MINT REINFORCING CONSIDERED 

essential columns one a nine and seventeen stop sketch being prepared 

SHOWING CHANGE WILL BE FORWARDED VERV EARLY DATE 


T C BROOKS 

427P 



PHONED 438P FEB 5 TO H/ BY PH/ 






RADIOGRAM 

WASHINGTON, D. C. 
February 5, 1956 
4 P.M. 

Construction Engineer Owen 
United States Mint 
Denver, Colorado 

Your wire first Denver, Colorado Mint. Reinforcing considered 
as essential Columns 1-A, 9 and 17. Sketch being prepared showing 
change will be forwarded at early date. 


T. C. Brooks 


Received 

February 5, 1936 
4:35 P.M. 


RADIOGRAM 


Washington, D. C. 
February 3, T936 
3:45 P.M. 


Construction Engineer Owen 
United States Mint 
Denver, Colorado. 

Yours January 31st relative new switch board Denver Mint. 
Equalizer breakers No- 21 and 23 may be omitted provided equalizer legs 
BROKEN THROUGH CENTER POLE HAVE BREAKERS NO. 20 AND 22. SUBMIT 
CONTRACTORS PROPOSAL THIS BASIS AND MAKE NO CHANGE UNTIL ACTION TAKEN 
ON PROPOSAL. 


Neal A. Mellick 


Received 

February 3 , 1936 
3:5 P.M. 


February 5, 19^6, 


Mr* James D. Owens 

Construction Engineer 
in charge of Operations, 
Denver, Colorado* 


Dear Sirt 


Supplementing our conversation regarding the plaster¬ 
ing of the side and partition walls in the refinery it is 
absolutely necessary that these walls be plastered before the 
refinery is put into operation, as the chance for a large, unexplain¬ 
able unrecoverable loss of values sake this work necessary, and 
I would be unwilling to begin refinery operations before these walls 
were protected* 

I therefore recommend that arrangements be made for the 
covering of all side and partition walls inside the refinery 
with a coat of Portland Cement, as experience has demonstrated that 
this material gives the best results in resisting.; acid fumes* 

The cost is estimated to be approximately $2500*00, 


Respectfully, 


Mark A. Skinner, Superintendent 


£>tgnal Qlorjm, Ulttitfi ^tat^a Army: 
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U. S 


rail at »*** 


PLEASE LET ME KNOW PROGRESS OF CONSTRUCTION 


NELLIS TAYLOE ROSS 
DIRECTOR O' 7 THE MINT 


1042A 


PHONED 


1044-A JAN 29 TO STRAUCH/ BY FH/ 






RADIOGRAM 

Denver, Colorado 
January 29, 1936 

Director of the Mint 
Washington, D. C. 

Retel 29th. Construction Engineer Ownns advises me that 25 % 

OF CONSTRUCTION IS IN PLACE OR 18^ LESS THAN NORMAL. ALL STEEL FOR 

large vault has been fabricated and much of the muterial for other 

WORK IS WELL ALONG. CONTRACTOR HAS LARGE FORCE OF MEN WORKING IN 
SUB-BASEMENT VAULT AND IN BOILER ROOM EXTENSION OF VAULT. Mr• OWENS 
ASSURES ME HE FIRMLY BELIEVES CONTRACT WILL BE COMPLETED WITHIN 
CONTRACT PERIOD. 

Skinner, Superintendent 

confirming 


RADIOGRAM 


WASHINGTON, D # C. 

I $>2*57 AM, Jan* 29, 1936 


U. S. mint, 
Denver 


PLEASE LET ME KNOW PROGRESS OF CONSTRUCTION* 


(SIGNED) NELLIE POSS 

Received 
l<) t45 am 
Jan. 29, 1936. 


RADIOGRAM 

Washington, D. C. 
January 27, 1936 
2:54 P.M. 

Construction Cngineer Owens, Denver Mint. 

Yours 17th Denver Mint. Specifications construed not require 

PICKED FINISH TO BE PERFORMED AFTER SETTING BUT THAT IT MAY BE REQUIRED 
TO BE DRESSED AFTER SETTING IN ORDER THAT FINISHED FACE MAY BE UNIFORM. 

Finish of new stone v ork when completed to match stone work corresponding 

LOCATION IN PRESENT BUILDING. 

C. H. Branscombe 


Receiv -D 
January27, 1936. 
2:1- P.M. 


RADIOGRAM 

Washington, D. C. 
January 21, 1936 
2:33 P.M. 

Construction Engineer Owens 
% United States Mint 
Denver, Colorado. 

Reference to your wire 17th to district engineer forwarded this 
office 18th by him relative to elevator changes Denver Mint. Letter 
TO YOU 11th stated insufficient funds for this ork and therefore 

REQUEST NOT GRANTED. 


G. R. Roberts 

Received 

January 21, 1936 
1:45 P.M. 


January l11, 1®5C. 



Mr* J*»nes r. Owens 

Construction Engineer 
in Churls of Oper tions 
Denver, Colorado 

Dear Sir* 

I desire to cell your attention to a serious change in 
th« Ingot Melting room, as *bo*n on pl;.ns Ho.1-4, wherein the 
•pae* now being used by the topping, grinding Mid finishing 
at chine* 1* to be t.iloc&ied to the Mi*x*-Up jad Transfer roon 
end allot to the Ingot Halting rooa a strip Sy» x 58* an the 
north eno of thi* roon where these » chines i.re to be relocated. 
This is u vary serious «nd undesirable ck%* **o it pieces these 
nn-chincs right up against the fum cos where tiie sen operating 
the* will t to to it nd their full shift under oxorsslve best 
conditions. This additional rooa, which is to be allotted to 
idle It. he~Cp tod Transfer roan, is in no sense needed in thf-t 
AepartMKis 

this change also ns ices nec^sary the cutting of s door 
from thi® *jK>ce into the north or at in corridor, which altera¬ 
tions add considt r&bly to th<- cost of construction and i.ccwt^liih 
no desired result, but ur* detrisent&l to the snocessfnl operw- 
tioas of the Ingot Melting room. 

Upon her last visit to thi* institution, the director 
of the lint, Mrs. KelUe T.-yio« host, was very emphatic «nc in¬ 
sistent thi t under no olrcuasunces autt these ston be coop died 


Mr. James a. Owens 




work under such conditions end instructed us to see that this 
change was not made. 

The additional space which will be provided hjr the removal 
of M & R Vault *G* to the Make-Dp and Transfer room will provide 
ample space for these activities, inasmuch as during our regular 
operations this room is only used a very few hours a day and during 
the maximum overtime operations would probably never be occupied 
more than eight hours in any 24 hours. 

I therefore recommend that with the exception of the 
removal of Vault *G* in Make-up and Transi'er room, that no other 
changes be i ce in this department. 

Hereto I am nciosing a copy of a letter addressed to me 
by Superintendent of Building and Machinery, Mr. *.iarshi.ll H. White, 
which goes more into detail regarding this recommendation. 

Respectfully, 


Mark iu Skinner, Superintendent. 


S. C. Form No, 7 
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WASHN DC 103P JANY 18 

CONSTRUCTION ENGR OWENS 

U S MINT 



REFERENCE YOURS SEVENTEENTH REL 
DO NOT SHOW RECEIPT YOUR LETTER 


DENVER COLO ‘ 

• *t mm 

DRIVEWAY CHANGES DENVER MINT RECORDS 
JANY THIRD STOP FORWARD COPY 


ROBERTS 

12420 










RADIOGRAM 

Washington, D. C. 
January 10, 1936 
3:55 P.M. 

Constructijn Engineer Owens 
% United states Mint 
Denver, Colorado 

Your wire 8th Denver Colorado Mint. Considered satisfactory 

COMPLIANCE WITH CONTRACT REQUIREMENTS USE 3/4" RIVETS SUFFICIENT 
NUMBER PROVIDE STRENGTH EQUIVALENT TO 7/8" RIVETS SHOWN. 


Brooks. 


Received 

January 10, 1936 
2:50 P.B. 


radiogram 

Washington, 0. C. 

January 9, 1936 

Construction Engineer Owcns 4: ^ 4 P ' M * 

% Unitcd States Mint 
Denver, Colorado 

Fleer ence your telegram 7th. Window grill shop drawing sheet 51 
submitted by contractors letter 6th approved for general arrangement subject 
to usual requirements and copies sent contractor no you today. No objection 
t J INCREASING TO 9" reveals shown full size detail 504 AS 8f”, provided no 
additional cost to government. 


Neal a. Mellick 


Deceived 
January 10, 1936 
1:30 P.M. 


RADI J G R A U 


Washington, U. C. 
January 11, 1936 
12:30 P.M. 

Construction Cnginner Owens 
% United States Mint 
Denver, Colorado 

Reference your letter 6th relative Burkhardt contract reinforcing 
gates Denver, Mint. You directed to send photos air mail and do 

EVERYTHING POSSIBLE TO HAVE THEM REACH HERE JANUARY 15TH. FqLLOW 
INSTRUCTIONS TELEGRAM 4th FOR COST. 


MELLICK 


R CEIVED 

January 11, 1936 
11:30 A.M. 


radiogram 

WASHINGTON, D. C. 

J nuary.9, 1936 
4.24 P:M. 

Construction Engineer Owens 
& Jniteo States mint 
Denver, Colorado 

Reference your telegram 7th. Window grill shop drawing sheet 51 

SUBMITTED BY CONTRACTORS LETTER 6TH APPROVED FOR GENERAL ARRANGEMENT SUBJECT 
TO USUAL REQUIREMENTS AND COPY SENT CONTRACTOR AND YOU TODAY. No OBJECTION 
INCREASING TO 9" THE REVEALS SHOWN FULL SIZE DETAIL 504 AS 8*", PROVIDED NO 
ADDITIONAL COST TO GOVERNMENT. 


Neal A. to llick 


Received 

January 10, 1936 
9:10 A. to. 


January 17, 1956. 



Mr# James 1. Owens 

Construction Lngineor 
In Charge of peratione 
Denver, Color do* 

Dear Sir* 

I desire to call /our attention t; the room shown on the 
pltn its u^rd Room or Ou**rd Control Hook* Ther6 seems to be t vcxy 
Serious misunderstanding as to the purpose for which this room is to 
be used. It is in no sense a guard roo*. It is not a plaoe where 
gu.- rda would concontr. tej it is not e pltce whore reserve ,-u res 
would be located, as in this institution we have no reserve guards. 
When the guards are present they are on duty at their -Hotted sta¬ 
tions and the only tine this is not the ease is at change of shifts. 

A well arranged wad well designed guard room is provided for this 
purpose on the meas&nine floor, where lookers ere provided, gun 
racks Installed and a vault where extra guns .add wammitton w,y be 
stored and kept behind locked doors, tables at hieh gun-da may 
eat their lunches and vush room. Neither is this room used es * 
place chore guards congregate except when shifts are changed. 

The Control Room will be used for guay* control system, 
signal, vault protection, radio broadcasting ay stews, police cell 
box and charging control system. All wires tnd cables for telephones 
and all signal systems terminate in this room. It is therefore im- 


&*♦ D* Oaena. 




,«rt nt ehrt the operator of th**e v rlou. s}o tow rendn ,t hi* poat et 

U ““*• P ° rUcUL - rl;f dttr1 ^ « The *,«„ of thi. non « 

1 bl< ' ith thOSS of “ R * ii<> 0?**»t*r on « .hip end ho 1* in no csj 
connected .ith th. «•*. fore*, .ho wou^ bo .nil* a,on to r„m » la _ 
vaelon or ua Uaapted hold-up. 

I .ouid therefore reawatf that the door shown on the piano, 
eerinp .row this room to the book or south corridor, be not lustollec, 

“ it eould be . distinct hendls* to the eucccfui out of the 

operation* of thi. oo. would be ..rtlculerl, to const, not 

for the r. lM n that thi. «11 currle. . *r*.t pip.., coffiSuU ., , ire5> 

«od on oinctric penal hoard, Ol of vhich would how. to b. wo-d. 

Respectfully, 


it-rk Am tsriaasr, Supf‘riatr.ud«ut* 


ft.5 U 


January 7, 1915# 





Mr# J*»«s E» OKotia 

Construction Engineer 
in Charge of Operation* 

Leaver, Colorado 

Dear Sin 

The pi ns ns dr* an for entrance to tbs nev vault on the 
first floor, the base&ent tad *ub-bd svnont (drawing 80 1-4) con¬ 
template t considerable ex^sadlture for changing the existing 
construction Mid or«, la our judgnent, very unsatisfactory* 

On the f irst floor they shoe the rt tentlon of the stair* 
extending to the ae.snnine floor and the sUlrs ere projected 
tpproxin tt*ly R4 Inch#* Into an alrttcjr too narrow corridor. 

The trucking area refining in the entrance is entirely too name 
to permit tho free passes* of heavily loaded trucks and 1 desire 
to reconvene that the stairs leaoin. froa the irst floor to the 
sms xunine floor be not constructed, and the enkirv opt.ee be used 
for mi entr nee to t.« vault elevator corridor. 

The plans call fox* the installation of ne* stairs leading 
fro* the first floor to the basement, to be constructed under¬ 
neath the stairs, hich v ouid run froa the first floor to a land¬ 
ing below the mjs*: nine floor, is these sUirs are wholly unneoeefery 


mr» Jfc&es D* Qarans 




th« institution has operutoa for ym.ru without * stairway st this 
location cod it will necessitate considerable extent** in changing of **. 11 * 
door* i nti entnmoe to the corridor of the vault elemtor, I doelrt to 
rac&mend that this stairway be dispense*; *ith, for the reason that 
it mrr&*& the landing speee in front of the poser ager and light freight 
elector to epproxiifctety four feet,%hlch is entirety too narrow to ec- 
eonodtte the activities carried on at this location *nd I vault! also 
rsco?!*6Dc that the oatrajict» to the vault corri.or remain os no* coo* 
strutted, living the grill in place so that trucks loaded with coin 
prepared H0 >*bip»eat my be. stoned avrsUia,; tbo t-.rriral of **11 or 
express trucks and that th« door entering fror? 'Jte sein north Mid south 
corricor to the elector corridor be not constructed, > s it is desirable 
to iceep all mult entrances &**.y iron the outside door. 

T3j«ro is also shorn stcir^y l e st .lug 1'roc the beseeent floor to 
the sub-h atrsent, vhicb is wholly ouareess^ry sad I recoesttanc that it 
be not constructed «*nd in lieu thereof & hatch**;/ be c tustructed between 
the elevator sad the west mult sail with * ladder leading fro* the 
be.sevent floor to the auL>-ba aeaent floor <ue j*a energency connection fro* 
the btaenent to the sub~baeen&i*t. This will, in our juc,;»cat, gro&tty 
reduce the note n^ccoc ry in guarding the entrance* of these vaults 
knri *. w leriei saving in cost of construction* 

Respectfulty, 


%'rk k m C/.inncr, &. jeriaUa ant* 


Pc ember J 7, 1955. 


Kr. Janes E. Owens 
Construction Engineer 
in Charge of Operations 
Deuvor f Color? do* 

De«r Sir* 

1 desire to cull your attention to the arrangement 
us cou Wined in the pi; as et the basement entrance, for 
trucks currying wdl untl express dell Tories* is planned 
it is only possible for out truck to be udoitted at a tine 
and as it is desirable that apuco bo provided for the edmls- 
sion oi two or more trucks in o«. &o of an emergency, I rocoo— 
aend that the present level of the baseuent in the old build- 
in^; bo main Wined in the br.-eeaont of Use nevi building) also, 
that the loading vestibule, steal door und concrete steps be 
eliminated fro* the pltjis. 

Further, I would rt coaaenc that the door shown on 
drawing* Hoe* 1 ~S as Ho* 4 be moved to Ho. 4-A, as this will 
give a straight tine for trucking to ana from the now addition 
end eliminate the necessity of all trucking passing through 
the weigh clerk's spt-.ee provided for silver bullion. This 
will gristly facilitate the movement of oil trucks* 

Respectfully, 


H rk A* Skinner, Superint vacant 



Radiogram 


Washington, L. C. January 4, 1316, 


Construction Engineer Ovens 
Leaver Mint. 

lou directed to reply imaeci.-tely letters Sove*b«r 21 ana i cesbor 20 relative 
status Burxhardt contract- reinforcing Gates Denver Mint; also, forward with 
reply photograph tho ing finished gates and surrounding arch orlc. 


Heil Meliclc. 


Received 
Leaver Mint 
3*25 A.M2 (Jra.) 



RADIOGRAM 


Washington, D. C. 
December 16, 1935 
3 P.M. 


Construction lngineer Ovens 
% United States Mint 
Denver, Colorado 

Reference your letter December 7th Denver Mint. Conditions 

DISCHARGE PROVIDED FOR ON CONTRACT DRAWING 1-4 oJ-2 SECTION E£ - NO CHANGE 
CONSIDERED ESENTIAL. NOT BELIEVED PERMITTING WiNDO. REMAIN BET EEN 
ROLLING AND CUTTING ROOM AND COINING ROOM WOULD IMPROVE NATURAL LIGHT 
CONDITIONS. YOU DIRECTED FOLLOW CONTRACT DRAWING. 


McLLICK. 


Received 

December 17, 1935 

8:45 A.M. 


radiogram 

WASHINGTON, D. C. 

J*n. 2, 1936 - 12:51 P.M 

Construction Engineer Owens 
% United States Mint 
Denver, Colorado 

Reference contractor^ statement forwarded by yours December 10 to 
remove retaining wall in Mint without additional charge satisfactory. Have 

THIS WORK PERFORMED WITHOUT FURTHER MODIFICATION OFCONTRACT PROVIDED STONE 
POST IS REPAIRED AND ^ONCRETE COPING INSTALLED IN PRESENT LOCATION OF 

wall. Forward contractor's statement to this effect. 

Neal A. Mellick. 


Received 
Jan. 2, 1936. 
12:30 P.M. 


S. C. Form No, 7 
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WASHN DC 1222P DEC 1ft 

construction engr 


OWENS C/O DENVER MINT 
DENVER COLO 

PHOTOGRAPHS REINFORCING STEEL YOURS FOURTH DENVER COLO MINT GENERALLY 
SATISFACTORY STOP PERMIT CONTRACTOR POUR CONCRETE WHEN STEEL MEETS 
YOUR FULL APPROVAL 

T C BROOKS SUPT OF CONSTRUCTION 


1 112A 


REGE.r/FO 

DEC 13 1935 

CHIEF CLERK 

{/, $, Ml’rt Al 0tmH 
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WASHN DC 1120A DEC 11 
CONSTRUCT I ON ENGR OWN^S 

US MINT DENVER 

REFERENCE YOURS NOV TWENTY NINTH RELATIVE REMOVAL PORTION OLD RETAINING 
WALL DENVER MINT HAVE CONTRACTOR TELEGRAPH STATE-MENT TO DO THIS 
WORK AT NO ADDITIONAL EXPENSE TO GOVT AND FOLLOW WITH SIGNED STATEMENT 

NEAL A MELICK 


1051A 


,. r. V J £-0 

W 5s 

ch'1 F t V® 0 "** 


U.S. 


*1* 


PHONED 1059A DEC 11 FH/ 












O’H/eh 


d 


STANDARD FORM No. 14A 
Approved by the President 
March 10,1926 


TELEGRAM 

OFFICIAL BUSINESS—GOVERNMENT RATES 
Superintendent, us Mint, Denver, :olo. 


V - 


} i ' L < - > * 

Treasury Department ^ 

WASHINGTON ' ^3. * ‘ 

ftovouber 80, 1925* 

Charge Treasury Department, Appropriation for ea 

QOverunenV* faculties 

(The appropriation from which payable must be stated on above line) 


Tiro 2—14117 


in anticipation or toe cosspletion of the audition to the ’lint at Denver it will 
obviously be necessary to purchase certain additional equipment mp Till you 
please advise the Bureau by aizsaall as soon as possible the necae/wry equipment 
to be purchased and tho extraordinary cost incident to the reerren^raent or 
the Mint layout 5TCP lnfomatlon is needed in order to aubait 

an estivate to soogreas and it will be nece ssar y to aufanit with aaoh item a 
Justiniouti.uu tor ttm p. opoaed expenditure* 


Nellie Tnyloe Roao, 
Director* 









S. C. Form No. 7 


digital Olnrga, States Army 


Smtob at 
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WASHINGTON DC 1055A DEC 4 1935 

U 3 MIST 

DENVER COLO 


c3 0501 P- g, ooTTjiMKHf ntnrrpio cmcii itw 


19 


PIEA3E REFER TO OUR TELEGRAM OF NOVEMBER TWENTIETH RELATIVE TO 
COST OF NEW INSTALLATION STOP WHEN MAY WE EXPECT REPLY 


STOP URGENT 

OREILLY ACTING DIRECTOR 

1017A 



phoned 1047a DEC 4 FH/ 







RADIOGRAM 


Denver, Colorado 
December 4, 1935 

Director of the Mint 
Washington, D. C. 

Retel 4th instant. Expect to have information necessary to make 

REPLY YOUR MESSAGE NOVEMBER 20TH RELATIVE TO COST OF NEW INSTALLATION 
IN NEXT TWO OR THREE DAYS. REGRET THE DELAY WHICH HAS BEEN UNAVOIDABLE. 



ENDENT 


CONFIRMING 


radiogram 


Washington, L. C 
December 4, 1935 
10:55 A. M . 


U. S. Mint 

Denver, Colorado 

Please refer our telegram of Noveubcr 20th relative to cost 

OF NEW INSTALLATION. WHEN MAY .E EXPECT REPLY? URGENT. 

O'Reilly. 


Received 

December 4, 1935 
10:50 A. M. 


C'z/mh 

STANDARD FORM No. 14a 
Approved by the President 
March 10,1926 



Treasury Department 


telegram 

OFFICIAL BUSINESS-GOVERNMENT RATES 


Super intaadbat, us Jiint, 


Denver, aolo* 


Charge Treasury DeparJmeJt* ApSS ration 

. 


ia.tai.tt« sssin* 40 oo8t ap — 


O'Reilly, Acting Director. 

nep e n < j 

w i y L/ 

DEC V ICoS 

Ci1 s t . LEhK 

tf. & *M7 AT Dtttm 





RADIOGRAM 


Washington, D. C 
December 11 9 1935 
11:20 A. M. 


Construction Engineer Owens 
United States Mint 
Denver, Colorado 

KcFlrencc. yuurs .ovember 29th relative to removal portion of old 
retaining wall Denver Mint. Have contractor telegraph statement to do 
this ork at no additional expense to government and follow ith signed 

STATEMENT. 


Neil A. Mlllick 


Received 

December 11, 1935 
11:00 A.M. 

CHIEF CLEhh 

it. S. MifiJ AT DENVER 


RECEIVED 

DEC 11 1935 


radiogram 


Washington, D. C. 
December 11, 1935 
12:22 P. M. 


Construction Cngineer Owens 
Uniteo States Mint 
Denver, Colorado 


Photograph reenfoi cing steel yours 4th Denver, Colorado Mint 

GENTf'ALLY SATISFACTORY. PERMIT CONTRACTOR TO POUR CONCRETE WHEN STEEL 
MEETS YOUR FULL APPROVAL. 


Brooks. 


Received 

Denver , Coco ado 

11:20 A.M. 



^■*3 ^ V T7» 








